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R@ADS 


NEW_CONSTRUCTION 


1 


INDIAN R@AD BETWEEN MISSISSAUGA ROAD & BIRCHVIEW DRIVE P.N. 45 60 


With the result of the increased development between the Queen Elizabeth 
Highway and No. 2 Highway, it became evident that eventually an arterial 
road with a 32' wide travelled portion would be required running east and 
west in this area. 


The commencement of such a road was constructed in . United lands Development 
ie Truscott Drive from Trafalgar Town Line to Lorne Park Road. A decision 
was reached where by a portion of Indian Road between Mississauga Road and 
Birchview Drive would be reconstructed, with a view in future of continuing 
to Lorne Park Road and reconstructing Mineola Road from No. 10 Highway 

to No. 2 Highway. 


It is the view of the Engineering Department that a road should be reconstructed 
tp a final asphalt surface until Sanitary Sewers have been installed, 

but since these services are not expected to be installed within the next 

ten years, it was decided to carry out the work this year. 


At the request of Council the Engineering Department prepared a report 
advising the construction of this road to be curs and gutter with Storm 
Sewers, in lieu of open ditches. Council's decision to allow for the former 
resulted in a very satisfactory project. 


The Contract was awarded to Scott Jackson Construction Co. and work 
commenced in May with the construction of Storm Sewers and the lowering 
of watermains. Difficulties were encountered in keeping traffic mobile 
due to the poor weather conditions which caused flooding and eroding of 
the road in sandy areas. 


Buring the course of construction, the relocation of existing Hydro, 
Bell Telephone end Gas services were necessary due to the improvement of 
the road grades. 


Length of Road 7200 feet. 

Width of Road 32' Wide Gurb & Gutter 
Budget 212,000.00 

Tender 138,170.36 

Holdback 7,833.60 

Cost To Bate 188 , #43 .11 

Cost @f Work To Be Carried Out In 1962 8,500.00 


Cost Per Ft. Of Road 25.95 


ween 
BASE LINE ROAC 
2. INTRODUCTION 


To improve the overall safety and to minimize the extremely high maintenance 
cost required on these roads, due to the poor road grades and inadequate 
road base. A program was instituted where by within a few years, the Base 
Line Road will be reconstructed and paved from Streetsville Road to the 
Etobicoke Boundary. with a 22' wide asphalt travelled portion and 5' 
granular shoulders. 


The Base Line Road still remains closed at the Etobicoke Creek, the bridge 
having been dismantled in 1958, after being declared unsafe even for 
pedestrian travel. Construction of a new bridge for this location will 
be started in 1962, enabling the road to be reconstructed and opened up 
through to Etobicoke. 


(a) BASE LINE ROAD FROM THIRD LINE WEST TO FIRST LINE WEST P.N. 60 60 


Reconstruction of this length of road was completed this year with the 
exception of the asphalt surface course, which is recommended by Council to 
be carried out in 1962. 


Considerable grading was required to improve the dangerous grades and to 
eliminate the flooding in low areas which existed before construction 
started . Muskeg was prevalent at Mavis Road for a length of 500' which 
required surcharging. This was carried out by the Contractor with the 
recommendations of the Materials & Research Department of the Department 
of Highways. 


Peel Construction Co. was awarded the contract. 


Total Length 6600 feet 
Width of Road 22' Travelled Portion 5' 
shoulders 
Budget 87,800.00 
Tender 59,496.40 
Holdback 3,425.83 
Cost To Date 76,567.58 
Cost Per Foot of Road 22.12 


(>) BASE LINE ROAD FROM THIRD LINE WEST TO STREETSVILLE ROAD P.N. 69:58 


During 1959 and 1960 Bramall & Co. Construction Itd. completed the 
reconstruction of Base Line Road from Third Line West to Streetsville Road. 
No extra work was required to be carried out during the maintenance period 
and the 5% Holdback amounting to $2,955.52 was released this year. 


(c) BASE LINE ROAD FROM FIRST LINE WEST TO N@. 10 HIGHWAY P.N. 42 61 


Armstrong Bros. Construction Co. was awarded the Contract for the reconstruction 
of Base Line Road from Mavis Road to No. 10 Highway for a total length 

of 6600'. Extensive grading was carried out to improve the dangerous 

road grades that existed prior to the contract starting. The work was 

completed with the exception of the surface treatment which was omitted from 
the contract as this road will be asphalted in 1962. 


aA: 


Totel Length 6600" 

Width of Road 22' Travelled Portion 5' Shoulders 
Budget 60,000.00 

Tender 58,919.51 

Holdback 2,530.15 

Cost To Rate 54,151.94 

Cost Per Foot of Road 8.58 


(4) BASE LINE ROAD FROM NO. 10 To DIXIE ROAD (THIRD LINE EAST) P.N. 65 61 


Reconstruction and paving of this length of road is expected to commence 
in 1962. The Engineering end supervision of this work was awarded to 
McCormick & Rankin Consulting Engineers. The contract was advertized and 
awarded this year to King Paving Co. Considerable expence will occur at 
First Line East where extensive muskeg is prevalent, recommendations from 
the Materials & Research Department of the D.H.O. suggest that total 
excavation of the miskeg in the travelled portion to a firm base and 
backfilled with granular borrows would be desirable. 


In the immediate area storm sewers will be constructed to relieve the 
poor drainage system that exists at the present time. 


Width of Road 22' Wide Travelled Portion 6' Shoulde. 
Total Length 13,000 Feet 
Budget 260,000.00 
Tender 202,452.60 


3. BURNHAWTHORPE ROAD 
To complete the reconstruction and asphalting of Burnhamthorpe Road across 
the Township from the Credit River to Etobicoke Creek, the following 
contracts were completed this year. 


(a) BURNHAMTHORPE ROAD FROM DIXIE ROAD (THIRD LINE EAST) TO ETOBICOKE CRENK P.N. 38 € 


Armstrong Bros. Construction Ltd., were awarded the contract for the 
reconstruction and paving of Burnhamthorpe Road from Dixie Road to 
Etobicoke Creek. Theportion of -this road that required reconstruction 
ran from Dixie Road, easterly 2700 feet, the remainder was reconstructed 
in 1957 having a surface treated finish. The 22' wide asphalt travelled 
portion was constructed for a total length of 6600' having 5' granular 
shoulders. 


The work was completed satisfactory this year. 


Budget 68,800.00 
Tender Price 41,126.30 
Holdback 2,153.80 
Cost To Date 45,009.85 
Cost Per Foot of Road 7-15 


(>) BURNHAMTHORPE ROAD FROM THIRE LINE EAST TO FIRST LINE EAST P.N. 44 60A 


During 1960 Dufferin Construction Co. completed the asphalt paving of 
Burnhamthorpe Road from Third Line East to First Line East. No extra 
work was required to be carried out during the maintenance period and the 
5% Holdback amounting to $1,023.04 was released this year. 


(c) BURNHAMTHORPE ROAD FROM NO. 10 HIGHWAY TO THIRD LINE WEST P.N. 44 60.C 


(a) 


(e) 


(b) 


event 


King Paving Co. Ltd. completed the reconstruction and asphalt paving of 
Burnhamthorpe Road from No. 10 Highway to Third Line West during 1960. 


Improvements and widening of the intersection of No. 10 Highway were carried 
out during the maintenance period, 


BURNHAMTEORPE ROAD FR@M ERINDALE STATION ROAD TO THE CREDIT WOODLANDS P.N. 116 60 


During 1960, the reconstruction of this length of road was completed with 
the exception of the final asphalt surface. Bramall & Co. Construction 
Ltd. was awarded the contract for asphalting this portion having a 22! 
wide travelled portion with 5' granular shoulders. 


Centre line stripping of this road was carried out by E. A, Horton completing 
the work in a satisfactory manner. 


Budget 17,500.00 
Tender Price 10,940.00 
Holdback 576.63 
Cost To Date 12,490.11 
Cost Per Foot of Road 3.67 


BURNHAMTHORPE ROAD FROM FIRST LINE EAST TO NO. 1GHIGHWAY  P.N. 44 608 


During 1960, Dufferin Construction Co. completed the reconstruction and 
asphalt paving of Burnhamthorpe Road from First Line East to No. 10 
Highway. 


No extra work was required to be carried out during the maintenance period. 
MAVIS R@AD FROM BURNHAMTHORPE ROAD TO NO. 5 HIGHWAY P.N. 40 60 


Dufferin Construction Co. completed the reconstruction and asphalt paving 
of Mavis Road from Burnhamthorpe Road to No. 5 Highway during 1960. 


No extra work was required to be carried out during the maintenance period, 
STANFIELD ROAD 1600' NORTH OF HENLEY ROAD P.N. 76 61 


During 1960 it was the intention of the Engineering Department to asphalt 
pave from No. 5 Highway to the North Service Road. This was hampered by 

the development of a subdivision and the Hydro construction work which 
necessitated the using of large machines which could damage the asphalt 
ee Accordingly 1600' north of Hendley Road was left to be constructed 
in 1961. 


Warren Paving Co. was awarded the contract to asphalt pave 1600' of 22 
foot wide pavement with 5 foot granular shoulders and was completed this year. 


Budget 

Tender 5,960.90 
Holdback 273.87 
Cost To Date 5,794.58 
Cost Per Foot of Road 3-79 


STANFIELD NO. 5 HIGHWAY 3600’ SOUTHERLY P.N. 41.60 


Bufferin Construction Co. completed the reconstruction and asphalt paving 
of Stanfield Road from No. 5 Highway 3600' Southerly during 1960. At 

the completion of their maintenance period which expired this year, the 

5% Holdback amounting to 607-46 was released. No extra work was required to 
be carried out during the maintenance period which expired during 1961. 


% 


ae 
OGDEN AVENUE FR@M HALLIDAY AVENUE TO S@UTH SERVMCE ROAD P.N. 71 61 


Prior to being able to reconstruct Ogden Avenue from Halliday Avenue to 
South Service Road, it was essential that the storm and sanitary sewers 
were completed first, this was completed in the early part of 1961. 
Accordingly a sum of $53,000.00 was transferred from the supplementary 
road construction funds to carry out this work on a curb and gutter basis. 


Bramall and Company Construction Limited was awarded the contract for 
reconstructing 3400' of road having a 28' asphalt travelled portion which 
was completed this year. 


BUDGET 53,000.00 
Tender 47,426.50 
Holdback 2,352.44 
Cost To Bate 51,529.58 
Cost Per Foot of Road 17.96 


MIDDLEGATE ROAD FR@M STANFIELD ROAD TO HAINES ROAD P.N, 117 60 


With the result of the development of industry to the north and south of 
Middlegate Road, maintenance costs ran high due to the heavy transports 
travelling on a treated surface. It was decided to minimize this by 
adding additional granular material to improve the base and placing an 
asphalt surface. 


Warren Paving was awarded the contract to asphalt pave 2700' of 22' wide 
travelled portion with 5 feet of granular shoulders. 


Budget 25,000.00 
Tender 13,551.40 
Holdback 573-68 
Cost To Date 11,756.64 


Cost Per Foot of Road 4.57 


HOOK AVENUE WIDENING AT NO. 5 HIGHWAY P.N. 39 61 


Owing to the expansion proposed for the Municipal Buildings it became 
evident that the width of Hook Avenue at the intersection of No. 5 Highway 
would not accommodate the increased traffic with the standard of safety 
set by the Engineering Bepartment. 


A decision was reached by Council to acquire the property immediatly east 
of the existing road and to widen to allow for a 22' wide travelled portion 
with 5' granular shoulders with adequate radius at No. 5 Highway. 


This work was carried out by the Works Department under the supervision 
of the Engineering bepartment and completed toa gravel surface this year. 


Budget 41,000.60 
Property 20,000.00. 
Demolishion of House 1.096.60 
Total Cost 21,470.80 


Cost Per Foot of Road 


ereng6 


9. THE CREDIT WOODLANDS FROM NO. 5 HIGHWAY TO BURNHAMTHORPE ROAD P.N. 50 61 


To minimize the high maintenance cost necessary with a treated surface and 

to construct an arterial raod through Erindale Woodlands. The engineering 
Department designed and called tenders for the asphalt paying of approximately 
8200 lineal feet from No. 5 Highway to Burnhamthorpe Road and the construction 
of a traffic circle at the intersection of Credit Heights Drive and 

McBride Avenue. 


Armstrong Bros. Construction Co. were awarded the project which will be 
commenced in May 1962. 


Budget 75,000.00 
Tender 53,831.50 


10. CLARKSON ROAD TRAFFIC DIVERSION P.N. 105 60 


Bramall & Co. Construction Ltd. were awarded the contract to improve by 
widening Clarkson Road between the C.N.R. tracks and Balsam Avenue. 

& It was necessary to widen the existing road to allow for 3 lanes, 2 lanes 
running north, one running south divided by a channalization curb. 


This now allows for a passing lane for through traffic and a separate 
lane for vehicles turning left for Balsam Avenue and the Post Office. 


% This was found necessary owing to vehicles turning left to the Post Office 
and Balsam Avenue causing a traffic tie up across the tracks, running the 
risk of trapping vehicles between the short arm gates. 


This work was completed this year and appears to be working quite well. 


Budget 5,000.00 
Tender 2,854.20 
Total Cost 4, 375.06 
Holdback 162.87 


11. ELMBANK ROAD FROM AIRPORT ROAD TO INDIAN LINE P.N. 49 61 


The reconstruction of this length of road was completed in 1958, to a 
oiled surface, which required high maintenance costs. Owing to this it 
was decided to pave from the Airport Road to Indian Line for a total - 


length of 

Armstrong Bros. Construction Co. were awarded the work which was completed 
this year. 

Budget 17,500.00 

Tender 11,523.00 

Holdback 467.56 

Total Cost 9,621.02 


Cost Per Foot of Road 3.21 


12. 


13. 


1b. 


15. 


ween 


CONSTRUCTION OF ROADS, CURBS & STORM SEWERS IN MALTON AREA BETWEEN THE 
POLICE VILLAGE & RIDGEWOOD SUBDIVISION P.N. 69 i 


At the request of Council the Engineering Department prepared a report 
giving an estimated cost for the reconstruction of approximately 4500' 

of roads having 28 feet wide asphalt pavement with curb and gutter. 

Included in this work is the construction of storm sewers and the relocation 
of watermains where required in the Malton Area between the Police Village 
and Ridgewood Subdivision, 


Incorporated in the estimate was the necessary funds for the purchase of 
land from A. V. Roe Co. Ltd. for Anson Avenue. 


The roads effected are: 


Anson Avenue 1030 feet 
Lancaster Avenue 1070 feet 
Merritt Avenue 900 feet 
Victory Crescent 600 feet 
Churchill Avenue 900 feet 
Estimated Cost $150,000.00 


MUNICIPAL PARKING LOT COOKSVILLE P.N. 39 59 
Resulting in Councils decision to erect a new Police Building and Court 
House east of the existing Municipal Building, the Engineering Department 
designed a parking lot to accommodate 100 ears. 

Work was carried out by the Works Department under the supervision of the 
Engineering Department and was completed to a gravel finish this yeer. 
Actual Cost 3,353.00 

Cost Per Parking Stall. 33-53 


WHARTON SUBDIVISION (ReADS) WHARTON GLEN AND MATTAWA AVENUE P.N. 43 60 


Bufferin Construction Co. completed the asphalt paving of Wharton Glen 
and Mattawa Avenue during 1960. 


No extra work was required to be carried out during the maintenance period 
and the 5% Holdback amounting to $370.06 was released this year. 


BOB 9 LINK ROAD EXTENSION P.N. 59 58 


This contract was called and tenders received during 1960, John Heck & 

Sons Ltd. was awarded the contract to construct 1800' of road having a 

22 foot travelled portion of surface treatment and 5 foot granular shoulders. 
The Contractor carried out a large portion of the clearing and grubbing 
during 1960, but work was suspended following property complications with 
the British American Oil Company. 


During this year, the remainder of the work was completed to a satisfactory 
conclusion. 


Financing of this project was through an agreement between the Township 
and theBritish American Oil Co. Ltd. 


rereeeegd 


Budget 19,680.00 
Tender Price 14,791.40 
Holdback 1,133.22 
Cost To Date 23,704.00 
Cost Per Foot of Road 13-17 


16. MALTON PARKING LOT - MALTON POLICE VILLAGE P.N. 51-59 


Bramall & Co. Construction Ltd. completed the construction of a parking 
lot in the Police Village of Malton during 1960. 


During 1961, the 10% Holdback amounting to 41,152.86 was released. 


17. BURNHAMTHORPE ROAD FROM ERINDALE STATION ROAD TO CREDIT WOODLANDS P.N. 118-60 


During 1960 A. E. Rule Co. Ltd. completed the reconstruction of Burnhanthorpe 
Road from Erindale Station Road to the Credit Woodlands. 


At the completion of their maintenance period which expired this year, 
the 5% Holdback amounting to #2,359,85 was released. 


18. BURHAMPHORPE ROAD FROM CANTHRA ROAD (SECOND LINE EAST) TO DIXIE ROAD P.i. 35-59 


Bramall & Co. Construction Ltd. completed the recoastruction of Burnhamthorpe 
Road from Cawthra Road to Dixie Road during 1960. 


No extra work was required to be carried out during the maintenance period 
and the 5% Holdback amounting to 33,694.14 was relcascd this year. 


ROADS 
Maintenance 


The two programs that were started in Noveriber of 1960 under the Winter Works 
Incentive Program, continued on until May 30, 1961. The first of these, the 
elearing of brush on Township road ellowences, was completed at s cost of $22,102.97. 
The second project, erection of barricades on dead end streets was completed at 

a@ cost of $5,577.93. No Winter Works projects were carried out during the winter 
of 1961 through road maintenance. 


As in years past the Roads Department were kept busy with winter maintenance 
ineluding snow removal sad sanding of all Township roads and sidewalks. 

Once again as in 1960 the Township experienced what could be termed a freak 

snow storm in February. This storm deposited some 18" of snow in an area 
extending from Highway 10 westerly to the limits of the Township and from 
Highway No. 5 southerly to the lake. The remaining part of the Township had 

at the same time an average snow fall of not more than 6", All available snow 
removal equipment, including jeeps equipped with snow plows for sidewalk plowing, 
was pressed into service and within hours all streets and roads were open to 
traffic. 


The coming of Spring brought with it excellent weather and the Roads Department 
experienced no hardships as to flooding conditions, etc., and they were able, 
because of this, to obtain an early start on their road programs. The major 
program on the Roads Departments” agenda was the reconstruction of all roads and 
ditches throughout the first five phases of sewer construction of Ward 7. It 

is interesting to note that some 68,734 tons of granular and crushed stone 
materials were applied to the roads throughout the Township in preparation 

for the oiling program. 


Due to the early start of road maintenance, liquid calcium was used to control 
the dust problem. Some 250,000 gallons were applied at an expenditure of $30,000.00 


The total expenditure for maintenance in 1961 amounted to $720,919.02, although 
a budget figure of only $500,000.00 was approved by the Department of Highways. 
As in other years it was found that the approved amount was not sufficient to 
cover the cost of adequate maintenance. A supplementary by law was passed by 
Couneil and approved by the Department of Highways. This provided an additional 
amount of approved expenditures of $160,000.00 cringing the total Zor 1961 to 
$660,000.00. However, as outlined in the following report the Roads Bept. once 
again overspent their approved budget by $60,919.02. The Roads Dept. is currently 
waiting for approval from the D.H.®. to transfer within its Budget to cover this 
over expenditure. 


The oiling program which was started late in May, and is usually well overspent 
“pon completion, was well within its allotted budget of $180,600.00. The total 
expenditure for this item was $161,928.52. 


It should be noted here that the Pavement Patching account was once again well 
overspent. The proposed expenditure for this item was $72,200.00, however, actual 
expenditures amounted to $103,286.92. 


@ther large expenditures of interest in the Roads Budget were: 


Surface Treatment $79,701.35 Ditch Maintenance $45,212.22 
Stone & Gravel 47,118.63 Winter Control 5F,670.12 
Weed Cutting 35,731.81 Dragging & Blading 66,212.85 


Overhead $1,673.82 


erry 


The remaining miscellanous items bring the total expenditure te that as outlined 
above. 


Ib shuntd be noted here tyst the round om face type summinry that is included in 
this report and noted as Table I, will show a slight discrepancy in the sumber 

of miles maintained by the Roads Dept. in 1961. This new figure is due to a 
proper survey made of all roads and streets throughout the Township. In the 

1960 report the road mileage was shown as 277.01, while in this report the 
Township road system will be shown as 272.84 miles or a discrepancy of 4.17 miles. 


This new mileage includes all boundary roads maintained by the Township and all' 
service roads, including the North Sheridan Way whitch was turned over to the 
Township late this year. 


The total road mileage within the Township has decreased from 398.82 to 395.04 
or a net decrease of 3.78 miles. This mileage also includes that of the County’ 
Roads which has increased this year. 


The Roads Bepartment called néne contracts for the supply of various types of 
materials for their road maintenance programs. 


These Contracts may be summarized as follows: 
1. P.N. 5°€1 Sodding Contract 
There were six tenders received and the Contract was awarded to the Sentinel 


Sod Co. at a unit cost of 22¢ per square yard unstaked and 23¢ per square yard 
where staking was required. 


2. P.N. @-61 Supply of Crushed Stone 


There were seven tenders received for this contract. The tenders included 
seyeral unit prices for various materials and the prices ranged from $1.95 
per ton to $2.15 per ton. The Contract for the supply of this material was 
split three ways. 


3. P.N. 7-61 SUPPLY OF GRANULAR MATERIAL 


Seven tenders were received for this Contract and as in the past unit prices 
were called for various sizes and class of materials at various pit locations. 
The unit prices ranged from 70¢ per ton to $1.52 per ton and once again the 
Contract was awarded to four different firms. 


4. PLN. 8-61 SURFACE TREATMENT & ROAD @ILING 


Seven tenders were received for this Contract and once again Municipal 
Spraying & Oiling Co. Ltd., were the lowest tender and their unit prices were, 
for R.C, 4 .237 per gallon and .262 per gallon for R.S, 2. This Contract also 
called for the supply of 3/8" stone chips and their tendered price was $5.15 per 
ton. Also inciuded in this Contract, for the first time, was the supply, hauling 
and spraying of M.C.@, asphalt for dust laying purposes and their unit price per 
gallon was : 0.2105 


5. P.N, 10-61 ST@CKPILING @F SAND 


Once again as in 1960 Armstrong Bros. were the lowest of seven tenders 
received, therefore, they were awarded the Contract to supply and deliver the 
winter sand to the Works Bept. yard. The unit price for this Contract was 
$1.38 per ton. 


as} 
6) P.N. 36-61 - Spray Patching 


This was a new tender call for 1961 and there were six tenders received. The 
Contract was awarded to the Bruell Paving Company at unit prices of R:S.-1 or 
R.S.-2 - .42 per gallon, 3/8 inch chips $10.75 per ton. 


7) P.N. 37-61 - Caleium Chloride Solution 


There were only two tenders received for this item, as this was again a new tender 
call. The Contract was awarded to the Miller Paving Company at a unit price of 
-1225 cents per gallon. 


8) P.N. 40-61 - Corrugated Metal Culvert Pipe: 


There were three tenders received for the supply and delivery of corrugated Metal 
Pipe ranging in sizes from 12" diameter to 24" diameter to the Works Bepartment 
Yard. Ontario Culvert and Metal Products Limited, were awarded theContract at unit 
prices ranging from $1.49 per ft. for 12" to $2.71 per ft. for 24" diameter pipe. 


9) P.N. 41-61 - Pavment Marking 


This again was a new tender call for 1961 and there were thnee tenders received. 
Parking Lot Const. Co. was awarded the Contract at prices ranging from 17¢ per 
lb. for reflectorized beads to $11.00 per gallon to supply and apply Traffic paint. 


This report also includes a summary of the Surface Treatment operations with 
respect to the Township Roads, and is marked as Table II submitted herewith. 

The Roads Bepartment completed 5.48 miles more Surface Treating in 1961 than in the 
previous year, however, due to the increase cost for materials used in this work 
the unit price per mile also increased from $1,398.53 in 1960 to $1,735.68 for 1961. 


Due to an early spring the Roads Department were able to get an early start on 
their ditching program throughout the Township and they were able to complete 
109,705 feet or 20.7 miles of ditching. Buring this operation they renewed 

and installed 742 culverts, of this quantity 150 were installed through building 
permits and are therefere non-subsidizeable. They also renewed or extended 27 
road crossing culverts of various sizes and lengths throughout the Township. 


The ‘Roads Department purchased one new five (5) ton Bump Truck and one Vibrating 
Self-propélled roller which is being used with great success by their cold patch 
crews. 


In closing this section, we are submitting a summary of the Road Vehicle Operations 
as shown in Table III attached hereto. This being the second year of operation 
under the OB-CC-40 Rental Rate system it shows that the Roads Department is 
obtaining a profit of $47,091.49 for the year 1961. 


SUMMARY OF ROAD SURFACE TYPES.. REVISED TO DECEMBER 31, 1961 


ROAD SURFACE TYPES 


Plant Mix Asphalt Asphalt Surface Gravel Dust Gravel Traffic 
on Cone. or Gran. Treatment Treated Bound 
Base 


Lia. Ft. Miles Lin. Ft. Miles Lin. Ft. Miles Lin. Ft. Miles Lin. Ft. Lin. Ft. 
6,795 1.29 81,774 15.48 17,738 3.36 185 0.04 1,957 108, 449 


87,755 174,512 33.05 2,005 0.38 35,416 299,692 
75,586 if 107,303 20.32 12,455 2.36 a 18,645 214,233 
44,615 8.45 165,465 31.34 tas ane 4,805 214,885 
3,930 0.74 136,976 25.94 £ 23,290 216, 306 
51,735 . 142,295 26.95 38,905 7-37 26, 360 264, 395 
26, 329 : 79,010 14,96 14,450 2.74 2,609 122,688 


TOTAL TOWNSHIP ROADS 1,440,648 

NOTE: BOUNDARY ROADS MAINTAINED BY TOWNSHIP OF TORONTO 6.28 miles COUNTY ROADS IN THE TOWNSHIP 291,120 
BOUNDARY ROADS (MAINTAINED BY ADJACENT MUNICIPALITIES 106,492 
PROVINCIAL HIGHWAYS IN THE TOWNSHIP __ 247,582 

TOTAL NUMBER OF MILES OF ROAD IN THE TOWNSHIP 2,085,841 


TABLE IT 


SUMMARY OF ROAD SURFACE TREATMENT 1961 


WARDS MAINTENANCE NEW CONSTRUCTION COST PER WARD MAINTENANCE COST PER WARD NEW CONSTRUCTION 
WARD 1 24, 310° NIL $7,754.03 NIL 
WARD 2 99,285" 6,200' 31,259.74 } 1,953.95 
WARD 3 65,960! 4 ,800' 22,453.64 $ 1,599.69 
WARD 4 NIL NIL NIL NIL 
WARD 5 NIL NILQ NIL NIL 
WARD 6 48,350! 6,050" 15,834.06 3 2,016.94 
WARD 7 NIL 39,000' NIL $ 13,753.31 
TOTALS 237,905 56,050 B77, 301.47 3 19, 323.89 
TOTAL COST MAINTENANCE = F771, 301-47 LENGTH ROAD MAINTENANCE = —__—«37, 905 
TOTAL COST NEW CONST. = 19, 323.89 LENGTH ROAD NEW CONST. = 56,050 
TOTAL COST = $96,625.36 TOTAL LENGTH = 293.955 = 55.67 MILES 


UNIT PRICE $1,735.68 per mile -328 per ft. 
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TABLE IIL 


SUMMARY OF ROAD VEHICLE OPERATIONS 1961 


NAME OF MACHINE OPERATIONS UNIT RENTAL TOTAL 
COST 1961 RATE 1961 RENTAL RATE 
Adans Grader 2450.87 440 5,764.00 
Warco Grader 5652.99 5.45 7,657.25 
Aveling Barford Grader 3733-15 5.45 7,635.45 
Ford Truck 5 Ton Dump 800.89 1.95 2,437.50 
Wheel Tractcr & Mower 754.08 1.45 701.80 
G.M.C. Truck 5 Ton Dump 637-73 2.70 2,079.00 
Gradall 3790.50 8.65 11,677.50 
International Truck 2214.87 2.70 3,194.10 
International Sander 2916.00 2.70 2,586.60 
Wheel Tractor & Mower 836.13 1.15 272.55~ 
Steam Jenny 3.75 
Ford Pickup 1420.18 -90 1,533-60 
Ford Pickup 1497.48 «90 1,575.00 
Ford Truck 5 Ton Dump 3263.39 2.70 4,752.00 
Ford Truck 5 Ton Dump 2210.88 2.70 4,662.90 
Bitutinous Distributor 3143.28 3-40 2.70 4,235.30 
Preumatic Roller 1048.86 1.60 448.00 
Tar nettle é 1.05 
Dodge Truck 5 Ton Dump 2277.85 2.79 4,257.90 
Mercury Truck z 1/2 Ton 1439.97 1.00 2,082.00 
Adams Grader 550 2858.23 6.20 10, 341.60 
G.M.C. Trucl. 5 Ton Dump 1892.89 2.70 4,533.30 
Simcoe Super Heater 347.04 RT 1,185.00 
Ford Pickup 709.64 -90 1,635.30 
Fork Truck 5 Ton Stake 1652.42 2.70 5,146.20 
Fork Pickup 891.61 +90 1,710.00 
Front End Loader 1598.83 4.85 4,588.10 
Dodge Sedan 960.08 1.00 1,650.00 
Chevrolet Truck 5 Ton Dump 723.12 2.70 472.50 
51,722.96 98,814.45 


CROSS OPERAT) 
PROFIT 


7,483.37 Cr 
2,640.41 Cr 
837.96 Cr 
925.66 cr 
3,493.78 cr 
818.39 cr 
2,989.27 Cr 
-92 Cr 
250.62 Dr 


47,091.49 cr 


SANITARY SEWERS 


Several sewer projects were initiated during 1961. The dasign was completed 
and plans prepared for approximately 18 prejects. On five of these project 
Ontario Municipal Roar2 approvals were obtained during the Fall and construction 
wap started immediately, CGnterio’ Municipal Board approvals and all other 
neeencary permits for the other projects are expected for early 1962. 


Two of the projects now under construction are Trunk Sewers, the one is the 
Beechwood Sanitary Trunk Sewer and Forcemain servicing part of Port Credit and 
approximately 1410 Acres of Toronto Township north of Lakeshore Road and East 
of the Credit River. The sewage entering this trunk sewer will be discharged 
into a Pumping Station presently being constructed at the North-east corner 

of Aviation Road and Beach Street, The sewage will be pumped from here, along 
Aviation Road, Byngmount Avenue and Lakeshore Road into the existing 21" 
Sanitary Trunk Sewer starting at Alexandra Avenue and running easterly along 
Lakeshore Road to the new Lakeview Sewage Treatment Plant. Agreements have 
been signed between Toronto Township and the Town of Port Credit as to the 
sharing of the cost of this project and also on the operation cost of the 
Pumping Station. 


The second Trunk Sewer under construction is the [aig Boulevard ~- Dixie Road 
Trunk Sewer, this trunk weyer will open up approximately 6,000 acres of land 
along Haig Boulevard and Dixie Road up to Dundas Street; however, in order 

to open up rural areas it will have to be extended north of Iighway #5 through 
the Little Etobicoke Creek Valley. 


A report and cost estimate was prepared by Gore & Storrie Limited on the Cocksville 
Trunk Sewer; however, this estimate was so much higher than originally anticipated 
that it was proposed to provide temporary facilities for at least part of this 
trunk sewer.. 


The sewers presently installed on Enola Avenue, Revus Avenue and Canterbury 
Road will be 21" and 18" to provide this additional capacity. With this 
arrangement it will be possible to postpone the construction of the Cooksville 
Trunk Sewer from the intersection of Alexandra Avenue and Lakeshore Road to 
the intersection of Orano Avenue and Canterbury Road for approximately 10 years. 
The portion from Alexandra avenue and Lakeshore Road to the intersection of 
Lakeshore Road and Fergus Avenue will be required in the near future. 


The Cooksville Trunk Sewer will ultimately service approximately 20,000 acres 
in Toronto Township 


Both the Beechwood Sanitary Trunk Sewer and the [laig Boulevard - Dixie Road 
Sanitary Trunk Sewer are financed through the Ontario Water Resources Commision 
and the Central Mortgage and Ilousing Corporation, with the Township Engineer 
acting as Consultant Engineer on these projects. The Ontario Water Resources 
Commission loans are on a 35 year basis with 5 year deferred capital repayment. 
The Central Mortgage and Iousing Corporation loans run for a period of 35 

years, but can only be obtained for two-thirds of the total cost of construction, 
a forgiveness of 25% of this loan and interest is anticipated, thus reducing 

the total cost of the projects by approximately 16 2/ 3%. An additional saving 
of approximately 75% of the labour costs on the Iaig Boulevard-Dixle Road 
Sanitary Trunk Sewer can be expected dure to the Winter Works Incentive Programe. 
The Beechwood Sanitary Trunk Sewer was completed before the Winter Works 
Incentive Programme became effective for this Season. 


The following is a list of the projects for which plans and specifications 

were prepared during 1961. Some Ontario Municipal Board approvals were obtained 
in 1961 and it is expected that the remaining Ontario Municipal Board approvals 
will come through early in 1962. 


vend 


It is tntendei to start the construction of these projects immedietely in orduy 
to benefit as much as possible from the remaining period in the Winter Works 
Incentive Programme for the 1961-196? period. 


P.N. 24-59 IIGIWAY NO. 122 


This project includes 5,456 lineal feet of 10",12" and 15" sanitary sewer 


servicing the north side of Mighway No, 122 from Trafalgar Town Line to 
5,344 feet easterly. 


Estimated Cost $73,080.00 
Owner's Share 22,290.00 
Toronto Township Western 

Sewer Area's share 50,790.00 


Ontario Municipal Board approval on this project was obtained during 1961 
and tenders were called and received on December 18, 1961. Low tenders 
froh Dalton~Paving'and Contracting Cémpany Limited $28,980.30. 


Estimated cost of 


materials 14,500.00 
Engineering and 
Financing 6,522.00 


Total estimated cost of project 
when completed $50,002.30 


The cpntract was awarded to IJalton Paving and Contracting Company Limited and 
the contractor is expected to commence worx early in 1962. 


P.N. 40-59 DUNDAS SPREBT FROM STANFIELD ROAD TO TOMKEN ROAD 


This project includes the construction of 1200 lineal feet of 10" sanitary 
sewer on Dundas Street from Stanfield Road to Tomken Road. 


Estimated cost $27,233.00 
Owner's share 5353-56 
Toronto Township Eastern 

Area's share 21,879.44 


All approvals were obtained, however, council resolved on December 29, 1961 
that the construction of this sanitary sewer and the private drain connections 
be not undertaken until such time as a building permit or permits habe been 
issued for commercial or industrial construction in the abutting properties. 
In December 1961 the General Committee was notified of the application by the 
Bank of Montreal for the construction of a one storey building in this area. 
The Bank of Montreal requested that the sewers be provided. No decision was 
made before the end of 1961. 


P.N. 47-59 DUNDAS STREET AT WIIARTON GLEN AVENUE 


This project includes the construction of a sanitary sewer along Ilighway No. 5 
from Wharton Glen Avenue to 305 feet south-westerly and on Wharton Glen Avenue 
from Tlighway No. 5 to 329 feet south-easterly. This sanitary sewer is to 
provide a temporary outlet for the Wharton Industrial Subdivision Stage II 
north of Iighway No. 5. All necessary approvals were obtained and tenders 
were called and received on June 26, 1961. The work was awarded to Dominic 
Cosentino who was low tenderer et $12,350.15. The work was completed in a 
satisfactory manner on August 31, 1961. This project was paid for by the 
Township of Toronto out of Development Funds. 


seed 
P.N, 98-60 DUNDAS STREET FROM DIXIE ROAD TO ARENA ROAD 


This project covers the constwsction of 1,815 lineal feet of 15" sanitary 
sewer along the nw+™ 43+ of Dundaa Street from Arena Road to Dixie Road. 


Total Estimated cost $29,400.00 


Owner's share 6,768.00 
Toronto Township Eastern 
Sewer Area Share 22,632.00 


Department of Ilighway's approval on this project was obtained; however, since 
their spproval has been received additional work has been done in connection 
with the Towers Store on the North-west corner of Dundas Street and Dixie 
Road. It is intended to relocate the sewer to avoid a breaking up of the 
asphalt and concrete curbs installed recently and new D./J,0, approvals will 
have to be obtained. Work to be done will be scheduled in conjunction with 
the Ilaig-Dixie Trunk Sewer. 


P.N. 27-61 APPLEWOOD EAST ACRES 


This project includes the installation of sanitary sewers on all streets in 
the Applewood East Acres Subdivision in the north-west corner of Dixie Road 
and the Queen Elizabeth Way, except the North Service Road from MacIntosh 
Crescent to Ilarvest Drive , Uarvest Drive and Kendall Road which are being 
serviced by the Ilaig-Dixie Trunk Sewer, 


Total length of sewer to be constructed is 13,388 lineal feet of 10", 12” 
and 15" diameter pipe. 


Estimated Cost $171,102.00 
Owner's Share 110,848.00 
Toronto Township 

Eastern Sewer Area Share 60,254.00 


Tenders on this project will be called in 1962 at such a time that outlet for 
these sewers will have been provided by the Ilaig Boulevard-Dixie Road Sanitary 
T runk Sewer. 


P.N. 54-61 IAINES ROAD 


This project includes the construction of 1,750 lineal feet of 10" and 12" 
Sanitary sewer servicing Ilaines Road from the existing sewer 300 feet north 
of Middlegate Road to Dundas Street. 


Estimated cost $27,918.00 
Owner's Share 13,130.52 
Toronto Township Bastern 

Sewer Area's Share 14,787.48 


All approvals have been obtained, except Ontario Municipal Board. This project 
4s expected to be started early in 1962. 
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P.N. 59-61 CAWWTIRA ROAD 


Thig proin# Cevare the trotal inte oo 1O,IBY lineal Leet. of 10", 12", 15" ana 
» «itary sewer, This sewer will service dircetly Cawthra Road from the 

_~sting sanitary sewer at the ILE.P.C. right-of-way south of Dundas Street 

to Burnhamthorpe Road and will provide an outlet for the Miszezuk Subdivision. 


Total estimated cost $167,255.64 


Owner's Share 91,404.82 
Toronto Township Eastern 
Sewer Area's Share 75,850.82 


Ontario Municipal Board approval on this project 1s expected early in 1962, 
The property Department still has to arrange for some easements required for 
this project. 


P.N. 57-61 MISZCZUK SUBDIVISION 


This project includes the installation of 6,353 lineal feet of 10" sanitary 
sewer servicing all streets in the Miszczuk Subdivision west of Cawthra Road. 
As this area is relatively low, a pumping station and forcemain will have to 
be constructed to pump the sewage into the proposed Cawthra Road sewer. 


Total estimated cost $69,552.65 (including the cost of the 
pumping station and forcemain 
and overflow, totalling $40,290.00) 
Owner's Share 34,024.24 
Toronto Township Eastern 
Sewer Area's Share 55,528.41 


Some easements are still to be negotiated, however, as soon as these have been 
obtained and the Ontario Municipal Board approval, the construction of these 
sanitary sewers will start, 


P.N. 61-61 DETA - CUERRIEBELL AREA 


This project serves Dixie Road from Lakeshore Road to the C.N.R. tracks and 
Lakeshore Road from Dixie Road to the Etobicole Creek, Cherriebell Road and 

Deta Road. No sewers are required on Orcherd i/ill Road as there are no lots 
fronting on this street. The tratler camp just west of the Etobicoke Creek 

is serviced by a forcemain, however, the sewage from this area will have to 

be pumped and the owner of the property will have to provide his own pumping 
station, This sewer system, including 3,765 lineal feet of 10" and 12" sanitary 
sewer and approximately 200 feet of forcemain will discharge into the Metropolitan 
Toronto Sanitary Trunk Sewer which runs along the Lakeshore Road to the new 
Lakeview Sewage Treatment Plant 


Total estimated cost $80, 306.00 


Owner's share 37,285.00 
Toronto Township Eastern 
Sewer Area Share 43,021.00 


All necessary permits have been obtained and tenders will be called as soon 
as the Ontario Municipal Board approval has been received, in order that as 
much work as possible may be done under the Winter Works Incentive Programme, 


| 
P.N. 62-61 ORCIARD UFIGINS SANITARY SEWERS 


The project includes the construction of 7,674 lineal feet of 10" sanitary 

sewer and will service all streets in the Orchard Ileights Subdivision at the 
south-east corner of the Queen Elizabeth Way and Dixie Road not already 

serviced by existing sewers, discharging into the existing Dixie Sewage Treatment 
Plant. A pumping station and forcemain are required to pump the sewage from 
this new area into the existing sewer system. An overflow will be constructed 
to prevent flodding,. 


Total estimated cost $122,384.00 (Not including pumping station 
and forcemain) 


Owner's share 78,378.00 
Toronto Township Eastern 
Sewer Area Share 4h 006.00 


The pumping station and forcemain have been estimated at $25,392.00 Tenders 
for this project will be called early in 1962. 


P.N. 64-61 APPLEWOOD ROAD AREA 


This project includes the servicing of Applewood Road, Brooks Drive, llalliday 
Avenue, Myron Drive, Sylva Road and Fifth Street east of Ilaig Boulevard. It 
ineludes the construction of approximately 6,900 lineal feet of 10" and 12” 
sanitary sewer. Part of this sewer system will discharge through an outlet 
which will have to be constructed through an easement from Applewood Road to 
Maig Boalevard, approximately 500 lineal feet south of the Queen Elizabeth 
Way. This outlet will be constructed in conjunction with the new storm water 
outlet which is planned to replace the existing storm water outlet through 
this easement. Plans are presently being prepared by Arthur Death and 
Associates for this storm sewer and this part of the sanitary sewer system, 
Tenders on this project will be called at such a time as to properly tie in 
with the construction of this outlet. This sewer system should be available 
by the time the [aig Boulevard-Ddxie Road Sanitary Trunk Sewer is completed. 


Total estimated cost $106,529.00 


Owner's Share 72,238.00 
Toronto Township Eastern 
Sewer Area Share 34,291.00 


P.N. 80-61 MINEOLA GARDENS AREA 

This project includes the construction of 6,322 lineal feet of 10" end 12" 
sanitary sewers on Mineola Gardens, Marf Avenué; Nair avenue, Jumna Road, 
Atwater Avenue and Canterbury Road. 


Total Estimated Cost $116,985.00 


Owner's Share 62,970.00 
Toronto Township Eastern 
Sewer area share 54,015.00 


This sewer will discharge into the sanitary sewer constructed on Enola Avenue 
and Revus Avenue during 1961, All approvals and permits have been obtained 
and tenders will be called early in 1962. 
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P.N. 82-61 _C-20 AREA 
This project includes the construction of 17,585 lineal feet of 10", 12” and 
27" sanitary sewer servicing the area bordered by Highway No. 10, Lekebrecze 
Drive, Mineola Road and the C.N.R, tracks. 


Total estimated cost $308, 477-00 


Owner's share 167,900.00 
Toronto Township Eastern 
Sewer Area Share 140,577.00 


The 27" diameter sanitary sewer forms part of the Beechwood Sanitary Trunk Sewer 
pumping station and forcemain system now under construction which will service 
approximately 1400 acres east of the Credit River and north of the Lakeshore 


Scat It is also expected that tenders on this project will be called carly in 
1962. 


P.N. 90-61 No. 10 Highway 


This project covers the installation of 1,778 lineal feet of 12°, 24 and 27" 
diameter sewer along the west side of Highway No. 10 from Mineola Road to 
Eaglewood Boulevard and on the east side of Highway No. 10 from 253 feet north 
of Eaglewood Boulevard to Eaglewood Boulevard. The 24' and 27" diameter sewer 
again form part of the Beechwood Sanitary Trunk Sewer system. 


Extimated Total Cost § 50,290.00 


Owner's Share 5,460.00 
Toronto Township Eastern 
Sewer area share 44,830.00 


Approvals and permits for this project have been received and tenders will be 
called early in 1962. 


P.N. 55-61 Highway No. 2 


This project ocvers the construction of 2,740 lineal fcet of 21" sanitary sewer 
along the south side of Highwat No. 2 from Haxelhurst Road to approximately 

390 feet east of Avonhead Road. It was originally intended to sertice all of 
Highway No. 2 from Southdown Road to Trafalgar Town Line, however, the St. Lawrence 
Cement Company and the British-American Oil Company east of Avonhead Road have 
indicated that they are not interested in a connection at this time; also there 
does not seem to be any need at this time for a sewer from Haxelhurst west to 
Trafalgar Town Line. Therefore, it is intended to construct the above sewer 

only at this time. 


Estimated Cost - Sewer 4 67,500.00 
Estimated Cost - Pumping 

Station which is required 11,250.00 
Estimated Cost - Forcemain 4,375.00 


Total Estimated Cost 3 83,125.00 
Owner's Share 10,574.00 
Tovonto Township Western 

Sewer Area Share $ 72,551.00 


weeeT 


McCormick & Rankin, Consulting Engineers, were engaged to prepare the plans 
and specifications for this project. D.I.0. approvals have been obtained on 
this project and construction is expected to start in the near future, 


The following is a list of projects for which plans and specifications were 
prepared during 1961 and which are now under construction: 


P.N. 74-59 BEECIWOOD TRUNB 


This project includes the construction of 4,560 lineal feet of 27" and 30" 
sanitary trunk sewer and approximately 3,880 lineal feet of 18" forcemain. 
This trunk sewer runs from Seneca Avenue along Lakeshore Road, Adamson's Lane, 
The Greenway through an easement along Beechwood Avenue, Richey Crescent, 
Lakeside Avenue and Aviation Road to the corner of Aviation Road and Beach 
Street were a pumping station is now being constructed which will pump the 
sewage through the constructed forcemain to the intersection of Lakeshore 
Road and Alexandra Avenue where it will flow through the existing 21" sanitary 
sewer to the Lakeview Sewage Treatment Plant. 


This trunk sewer, pumping station and forcemain, will service a total of 1,410 
acres in Toronto Township and part of the Town of Port Credit under an 
agreement signed by the Town of Port Credit and the Township of Toronto, 


Original estimated total cost for this project including Engineering and 


Financing was $166,515.00 
Owner's share 35,130.00 

Toronto Township Eastern 
Sewer Area Share 131,420.00 


Tenders were called and received in July, 1961 and the contract was awarded 
to the low bidder W.A. THaggerty Construction Company from Ingersoll in the 
amount of $145,582.72, The project is now basically completed at $134,000.00 
and the total final cost including Engineering and Financing is expected to 
be $147,400.00 


Cost per Lineal foot of Sewer including connections - $22.20 
Cost per Lineal foot of Forcemain - $11.10 


This project is being financed through the Ontario Water Resources Commission 
with the Township acting as Consulting Engineers to the 0.W.R.C. A.C.M.I.C. 

loan for 2/3 of the value of this project excluding connections has been obtained, 
This may mean ea saving of 16-2/3% on the total cost of the project amounting 

to approximately $23,000.00, as it is anticipated 25% of the loan will not 

have to be repaid. 


P.N. 33-59 AIG - DIXIE TRUNK SEWER 


This project includes the construction of 15,117 lineal feet of 30" to 52" 
conereté sanitary sewer. 


Original estimated cost $515,210.00 
Owner's Share $116,618.00 
Toronto Township Eastern 

Sewer area share : 398,592.00 
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This trunk sewer services Ilaig Boulevard, the North Service Road from MacIntosh 
Road to Larvest Drive, Harvest Drive, Kendall Road and Dixie Road from Kendal 
Road to Dundas Street. In addition to these roads it services the Applewool 
Road area, the Applewood East Acres Subdivision and an additional 5,656 acres north 
of Dundas Street. Tenders were called in July 1961 and the lowest tender in 
the amount of $575,765.00 was received from Dundas Construction Co. Limited. 
The job was awarded to this contractor, however, this company felt that they 
could not carry out the work for this amount and did not sign the contract. 
Their deposit in the amount of $26,000.00 was retained by the Ontario Water 
Resvirces Commission. The next low bidder, Sam Cosentino Limited, was then 
contacted and a contract in the amount of $644,918.85 was signed between 

Sam Cosentino Limited and the Ontario Water Resources Commission. The work 
was started on October 18, 1961 and 25% was completed at the end of 1961. 

This project was also financed through the Ontario Water Resources Commission, 
with the Townshipracting as Consulting Engineers for the 0.W.R.C. A,C.M.I.C. 
loan for the amount of two-thirds of the total value of the contract was 
obtained and the work has been approved for subsidy through the Winter Works 
Incentive Programme. The saving resulting for the C.M.II.C. loan may amount 

to approximately $100,000.00 and the saving resulting from the Winter Works 
Inecdéntive Programme may amount to $100,000.00 to $150,000.00 


Cost per lineal foot including connections - $46.50 
P.N. 16-61 BEECIWOOD AREA SOUTII OF LAKESIIORE ROAD 


This project serves the Beechwood Avenue area and includes the installation of 
11,600 lineal feet of 10", 12" and 15" sanitary sewers. 


Estimated cost $179,640.00 
Owner's share 104,484.00 
Toronto Township Eastern 

Sewer area share 75,156.00 


Tenders for this project were called on September 20, 1961. The job was awarded 
to the low bidder, Cleirson Construction Company Limited who submitted a bid 

in the amount of $99,538.08, not including materials, Total expected cost 

for this project including materials and Engineering and Financing $157,813.08. 
The work is progressing in a satisfactory manner and 66% was completed by the 
end of 1961, it is expected to be finished completely early in the Spring, 1962. 


Cost per linealfoot including connections - $13.60 
P.N. 17-61 SIUAW DRIVE AREA 


This project covers the installation of 3,510 lineal feet of 10' and 12' 
sanitary sewer on Roosevelt Road, Shaw Drive, Enola Avenue and Revus Avenue. 


Original Estimated Cost 57,876.00 
Owner's share 38,394.00 

Toronto Township Eastern 
Sewer Area Share 19,482.00 


Seneca Avenue and Iroquois Sanitary Sewers were included originally in this 
project, however, they have been omitted and will be constructed in conjunction 
with the storm sewer which will be built on Seneca Avenue early in 1962. 

The originally designed 12" sanitary sewer on Enol& Avenue has been replaced 
by a 21" sanitary sewer to provide approximately 9.0 c.f.s. capacity as a 
tempory outlet for the area east of Cawthra Road, and south of the Queen 
Elizabeth Way, which will eventually be serviced by the Cooksville Sanitary 
Trunk Sewer? 


pers) 


Tenders for this project were called in September, 1961 and the low tender 
from Ture Anderson Construction Limited in the amount of ¢25,54/.50 was aerepted, 
This does not include the Seneca Avenue and Iroquois Avenue Sewers. 


Cost of installation 25,547.50 
Estimated cost of materials $10,826.00 
Engineering & Financing 5,455.00 
Total cost 341,828.50 


The contractor had completed 80% in a satisfactory manner at the end of 1961. 
The project is expected to be completed early in 1962. 


Cost per lineal foot including connections - $11.90 
P.N, 16-61 AREA SOUT! OF C.N.R., NORTU OF LAKESIIORE ROAD, WEST OF ALEXANDRA 
This project includes the construction of approximately 11,080 lineal feet of 


10" and 12" sanitary sewer in the area bordered by the Lakeshore Road, the 
C.N.R. tracks, Cavan Avenue and Alexandra Avenue, 


Total original estimated cost $161,424.00 
Owner's share 89,390.00 
Toronto Township Eastern 

Sewer Area Share 72,034.00 


Tenders for this project were called on October 2, 1961. The contract was 
awarded to the low bidder, Ture Anderson Construction Company for the amount 
of $93,200.40, 

Cost of installation 93,200.40 

Estimated cost of materials 28,534.00 

Engineering and Contingencies 18,260.00 


Total estimated cost $139,994.40 


Eastmount Avenue, Third Street from Eastmount to Westmount and Westmount north 
of First Street have been added to this contract as they were originally excluded 
because of the proposed Cooksville Trunk Sewer which was supposed to have 
serviced these roads. As the Cooksville Trunk Sewer has been postponed, it 

was decided to service these streets now under this contract which will add 

an additional cost of approximately $7,800.00. This work is progressing in 

a satisfactory manner and the contractor had completed approximately 20% at 

the end of 1961. 


Cost per lineal foot including connections - $12.60, 


SANITARY SEWERS - 1961 


at. 30! _- 332 36" TOTAL 
33 - 59 Ilaig Blvd. - Dixie nas 1,152 400 2,080 3,200 6,832 
74 - 59 Beechwood Trunk es 280 2,372 1,964 4,616 
16 - 61 Beechwood Locals = 6,065 2,250 8,315 
17 - 61 Shaw Dr. Area me 2,300 Shs 270 hho 3,555 
18-- 61 Greaves Ave. Area Be 6,350 980 7,330 


OTAL INSTALLED DURING 1961 14,715 4,055 270. 44O 2, 372 3,116 += 400-2, 080 3,200 30,648 


STORM SEWER CONSTRUCTION, DITCHING AND DRAINAGE REPORTS 
DRAINAGE SYSTEM - BUFFER ZONE - MEADOW WOOD ROAD AREA - P.N. 52-59 


The construction of a drainage ditch along the British American Oil Company 
park buffer zone was undertaken early in May for the: Parks Department under 
the direction of the Township Works Department. The contract of this work 
was awarded to Ambler-Courtney Limited for the lump sum bid of $2,470.00, 
this being the total cost of this project, there being no extras. The work 
was completed in time to qualify for subsidy under the Winter Works Incentive 
Program, and was completed to the complete satisfaction of the Township 
Recreation and Parks Department. 


RICHEY CRESCENT STORM SEWER OUTLET - P.N, 48-60 (A Winter Works Project) 


In December of 1960, the Ontario Municipal Board approved an application in 

the amount of $22,200.00 for the construction of a 9' x 3' x 250' box type 
reinforced concrete conduit to carry storm drainage under Richey Crescent into 
Lake Ontario, Tenders were called early in February, 1961, awarding the contract 
to Leo Contracting Limited at the tendered amount of $10,766.64. and was carried 
out under the Winter Works Incentive Program. Work progressed satisfactorily, 
despite adverse weather conditions which delayed completion until May. An 
increase in the contract price was realized which brought the total cost to 
$11,899.51. The total expenditure for the work including materials, engineering 
etc. amounted to approximately $20,500.00 Ilowever, the receipt of a D.[1.0. 
subsidy in the emount of $1,540.27 together with e Winker Works Subsidy of 
$4,917.82 reduced the Township's portion of this project to approximately $13,800.00 
A 5% holdback in the amount of $594.98 remains outstanding. 


DRAINAGE IMPROVEMENTS TO TIE CAWTIRA CREEK AT LYND AVENUE AND ARBOUR ROAD P.N. 47-60 
(A Winter Works Project) 


Tenders for the construction of al2' x 6'x 300' reinforced concrete culvert 
across Lynd Avenue, together with the relocation of two 9' x 6' pipe arvhes 
across Arbour Road were called early in February and awarded to A. G. Duck 
Construction Company at a total tender cost of $26,188.68. Ontario Municipal 
Board spproval for this project was $43,000.00. The rate of progress on this 
contract was relatively satisfactory considering the poor weather conditions, 
which existed. Nevertheless a delay in completion was realized. Additional 
work to this project was initiated early in May involving a southerly 30' 
extension to the reinforced concrete culvert at Lynd Avenue at an additional 
cost of $2,605.80. Completion of this project was in July. Some additional 
work was required to comply with agreements made in the aquisition of easements 
necessitating the construction of an intercepting curb, together with the 
rebuilding of a block retaining wall. Tenders were cajled and the work was 
awarded to Ambler-Courtney Limited at a total cost of $525.00 


The all inclusive cost of this project was approximately $41,000.00 which 

upon receipt of a D,I.0. subsidy in the amount of $7,311.27 together with a 
Winter Works Subsidy of $5,166.42 reduced the Township's portion to approximately 
$28,600.00 


IMPROVEMENTS TO THE COOKSVILLE CREEK FROM ATWATER AVENUE TO NAIR - P.N. 76-59 
( A Winter Works Project) 
The work consisted of the construction of a 10' x 140' long retaining wall 


at Atweter Avenue and the enlargement of the existing 20' minimm channel to 
approximately 40' minimum through « total length of 670 linear feet. 
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Total estimated cost for the work was $25,500.00 and financed by the issuance 
of 5 1/26 debentures for a period of 10 years. Tenders were called early 

in February, awarding the contract to John Ileck & Sons Limited, at the total 
bid price of $8,842.22. Work on this project was started early in Merch, 

but once again due to unseasonable weather conditions certain delays occurred. 
Work was completed late in July at a total contract cost of $11,572.42 


The all inclusive cost was approximately $21,000.00 which upon receipt of the 
Winter Works Subsidy of $3804.66 brought the Township's share to approximately 
$17,200.00. A 5% holdback in the amount of $578.62 remains outstanding. 


DRAINAGE DITCH - FLORADALE DRIVE - P.N. 68-55 


This project was initiated as a result of several complaints received from 

local residents requesting the alleviation of a rear lot drainage problem, 

which became evident through the development of this subdivision. The most 
economical solution to this drainage problem was to construct a drainage depression 
joining the rear bf Lots 1 to 8, and outletting into an existing creek. 

Repeated negotiations for the acquisition of the necessary easement from Mr. C. 
Waite ended in disappointment. In Merch, 1961, it was resolved that the 

Township take the necessary action to correct this drainage problem, recommending 
that a 10 foot permanent drainage easement be acquired through expropriation. 
Tenders were called in August awarding the work to John Ieck & Sons at a total 
bid price of $589.40. Work was completed shortly thereafter to the complete 
satisfaction of the Engineering Department. Total cost of this project including 
the acquisition of necessary easement was approximately $1,800.00. The length 
of ditch was 460 linear feet. 


EXTENSION OF STORM SEWER - ELITE ROAD - FAIRFIELD MANOR SUBDIVISION - P.N. 112-60 
(X Winter Works Project) 


Tenders for the extension of the storm sewer along Elite Road from Winslow 

Road to Wembury Road were invited early in January, awarding the contract to 
Ambler-Courtney Limited at a total bid price of $3,690.60. Total cost of 
materials - $1,388.00. This project was initieted by petition of local residents 
requesting the alleviation of back lot drainage problems, which were overlooked 
at the time of subdividing this area. The construction involved 548 linear 

feet of storm sewer on Elite Road. Work commenced early in February and was 
completed in May at a total cost of $3,602.66. 5¢ Moldback outstanding - $180.13 


STORM SEWER ON HIGIWAY NO. 10 AND PAISLEY BOULEVARD - P.N. 44-59 


Giffels and Vallet of Canada Ltd. prepared plans and specifications for the 
Department of Ilighways for the construction of a storm sewer from the intersection 
of Ilighway No. 5 to Ilighway No. 10 south along Ilighway No. 10 to Paisley 
Boulevard, thence easterly along Paisley Boulevard discharging into the Gooksville 
Creek. The authorized capital expenditurefor the Township's share of this 

project was estimated at $54,200.00. Financing of this project was mutually 
agreed upon, 46% to be paid by the Corporation, 54% by the Ontario Department 

of Iighways. It was imperative that this work be done as soon as possible 

due to reconstruction of Ilighway No. 10 scheduled by the Department of Highways, 
at this location. The Corporation requested that this work be contracted and 
executed by the Ontario Department of Ilighways, whereupon a statement of actual 
cost will be submitted to the Corporation and apportioned in the manner above. 

The cost of constructing the said storm sewer was estimated at a sum not exceeding 
$122,000.00 Scheduling by the Department of Ilighways was such that tenders were 
called in August, awarding the work to Warren Paving Ltd. It was a condition of 
agreement that upon completion this sewer would become a part of the Township 
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storm sewer system and shall be maintained at Township expense. The work 
consists of the installation of the following storm sewers. 15" diameter 
concrete - 200 linear feet. 30" diateter concrete + 500 linear feet. 33" 
diameter concrete - 250 linear feet. 36" diameter concrete - 450 linear feet. 
7’ x 2'10" corrugated arch ~ length 750 linear feet. 8' x 2'4 1/2" corrugated 
arch - 385 linear feet. 8' x 2'h 1/2" corrugated arch - 695 linear feet. 


STORM DRAINAGE - INDUSTRIAL AREA EAST OF DISIE ROAD SOUTII OF HIGIWAY NO. 5 -P.N.67¢5 


General Committee considered a report in June regarding the works necessary to 
correct the storm drainage problem in the area and recommended that the correction 
of this problem by the construction of the necessary storm sewer facilities be 
planned for inclusion in the capital budget for 1963. 


MIGIWAY NO. 10 - C.N.R. SUBWAY AND C-20 STREAM DIVERSION - PORT CREDIT - P.N. 50-59 


Resolutions and recommendations have been made to have the Department of Ilghways 
study the drainage problem at this location and submit their proposals to the 
Corporation for consideration. G@iffels and Vallet of Canada Limited, Consulting 
Engineers, have been retained by the Department to prepare e report on the 
diversion of the C=20 creek. The report was submitted calling for realigning 
the C-20 watercourse and diverting the flow westerly from No.10 Ilighway along 
the north side of the C.N.R. right-of-way to outlet into the Credit River at 
the C.N.R. bridge. In June, Township Council agreed in principle with this 
proposal. The proposed work calls for a 30’ wide concrete lined diversion 
channel; the construction of a bridge at Inglewood Drive and Ilighway No.10 and 
a@ cul-de-sac at the eastern extremity of Oriole Avenue. This work will be 
carried out simultaneously with the construction of the Highway No.10 underpass 
at the C.N.R. tracks and the construction of a standard 20' x 8' rigid frame 
open type culvert at Stavebank Road. The bridge at Inglewood Drive is to have 
a@ span of 30' and is of the rigid frame type. Presently, agreements are being 
formulated for apportionment of the cost involved. Any expenditures with 
reference to this project will be approved by Council and the Ontario Municipal 
Board some time in 1962, A realistic cost sharing arrangement for this project 
should be on the basis ef actual benefits received by the Township, the Town 

of Port Credit, the Canadian National Railways and the Department from the 
construction of the new creek channel. Work on this project 1s expected to 
start in Spring of 1962. 


STORM DRAINAGE - DERRY ROAD WEST AT MEADOWVALE - P.N, 113-60 


In 1960 a proposal was made by the County of Peel to construct storm sewers 
from approximately the Second Line West westerly, a distance of approximately 
1030 feet through Meadowvale. This storm sewer construction wes necessary for 
the proposed road reconstruction of Derry Road. Sufficient oversizing of 

this sewer would provide the Township with an opportunity to obtain an outlet 
for approximately 46.18 acres south of the Derry Road and 25.3 acres north 

of the Derry Road. Negotiations were undertaken in March to arrange an equitable 
cost sharing arrangement with the County for the construction of 1854 linear 
feet of concrete storm sewer along Derry Road West and 235 linear feet of 
conerete storm sewer along Second Line West. Provision for payment of this 
work was made in the current budget of 1962. Approvals from the Ontario 
Municipal Board for financing the Township's portion of this project was made 
in June for an expenditure of $31,500.00 to be levied in the 1962 budget. 


The agreement between the County and the Township was executed in August with 
the Township paying the entire cost of the storm sewer construction on the 
Second Line West and 50% of the cost of the storm sewer construction on the 
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Second Line West and 50% of the cost of the storm sewer construction running 
westerly from the Second Line West which is ebtimated at $31,500.00, The 
Township will maintain thet portion of these storm sewers along Second Line 
West only. The total Township's share of this project amounted to $18,374.02 


STORM DRAINAGE - R. CAVANAUGII PROPERTY - P.N. 109-60 


In November of 1960, the Municipality agreed to assist Mr. Cavanaugh in 

acquiring the easements necessary to solve the drainage problem on his property’ 
at no cost to the Municipality. Land plans were prepared by the Township 

for the Property Department to acquire these easements. Engineering was performed 
by Municipal Planning Consultants Company Limited, retained by Mr. R. Cavanaugh. 
In September of 1961, Mr. Cavanaugh decided to drop the entire project and 
relinguishing all outstanding accounts in this connection. 


CROSSFIELD BEND STORM SEWER OUTLET - P.N. 37-59A_ (A Winter Warks Project) 


Provision was made in the 1961 capital program for the construction of storm 
sewers and ditches to provide an outlet for the Crossfield Bend area, and 
thereby solve many drainage problems existing there. The scheme involves the 
installation of 126 linear feet of 60" concrete pipe, 2151 linear feet of 

66" diameter concrete pipe and 139 linear feet of 72" tunnel line plate along 
an easement from Troy Street to Queen Street along SenecaAvenue from Queen 
Street to the Lakeshore Road, along the north shoulder of Lakeshore Road from 
Seneca Avenue toRoosevelt Road and along an easement southerly to an outlet 
in an existing channel, including a tunnel crossing of the C.N.R. and the 
improvement of 1213 linear feet of open channel from the east limit of Port 
Credit to Richey Crescent. The outlet for these sewers will be through the 
existing 3" x 9' concrete box culvert at Richey Crescent to Lake Ontario, 
These sewers provide the drainage outlet for the entire contributing area 
dust south of the Queen Elizebeth Way The total estimated cost of this 
project ts: $181,700.00 


Final reading of the by-law to authorize an application to the Ontario Municipal 
Board for the approval of this capital expenditure was received in December 
1961. Pending finalization of easement agreements and the receipt of Ontario 
Municipal Board approval this work should start early in 1962. 


STORM SEWER OUTLET - MINEOLA ROAD - P.N. 37-59B (A Winter Works Project) 


Provisiom was made in the 1961 capital program for the construction of a 

storm sewer along Mineole Road from Broadmoor Avenue to Goldthorpe Rpad 

thence southerly through a proposed plan of subdivision in Lot 14 Con. 2 SDS 

and certain easements to the east limit of RP C-20 at a point opposite Troy 
Street. This storm sewer will provide an outlet for the area north of and 
including Mineola Road and will discharge into the proposed storm sewer déscribed 
in the Crossfield Bend Outlet report. The total estimated cost of this project 

is $63,600.00 The acquisitbn of the necessary easements are at present being 
negotié&ted. Pending the receipt of Ontario Municipal Board approval and 
finalization of these easement agreements, this work should commence early in 1962. 


STORM SEWERS IN CROSSFIELD BEND AREA - P.N. 37-59C (A inter Works Project) 


Provision was made in the 1961 capital program for the construction of local storm 
sewers along Troy St., Eaglewood Blvd., Anglene St., Windy Oacks and Crossfield Bend 
These local storm eevers will outlet into a proposed storm sewer outlet for 
Crossfield >-ud and to a proposed storm sewer outlet for Mineola Rd., eventually 
aiget--eing into an existing outlet at Richey Cr. to Lake Ontario. Total estimated 
~st is $51,100.00 Pending seneint of approvals work should commence early in 1962. 
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LOCAL STORM SEWERS ON MINEOLA ROAD, MINEOLA GARDENS, MARF AVENUE, SIAW DRIVE-P.N.61-t 
(A Winter Works Project) 


Provision was made in 1961 capital works program for the construction of local 
storm sewers on Mineola Road, Mineola Gardens. Marf Avenue and Shaw Drive. 
This work was included as an obvious pre-requisite to the reconstruction of 
Mineola Road, Mineola Gardens, Marf Avenue and Shaw Drive, which was scheduled 
and provided for in the 1962 capital program. This Mineola Gardens and Marf 
Avenue storm sewer will outlet into the Cooksville Creek at Nier Avenue. 

The total estimated cost of this project is $117,900.00. All the necessary 
approvals and property acquisitions have been finalized and it is likely that 
work should commence on this project in 1962. 


STORM SEWER ON ALEXANDRA AVENUE - P.N, 52-61 (A Winter Works Project) 


Provision was made in the 1961 capital works program for the construction of 
storm sewers on Alexandre Avenue from Fighth Street southerly to Mighvay 

No. 2 as a necessary pre-requisite for the proposed reconstruction of Alexandra 
Avenue on a curb and gutter basis. The total estimated cost of this work is 
$128,100.00. The by-law to authorize this expenditure was finally passed by 
Council in November upon receipt of Municipal Board Approval. Final plans for 
this construction have been prepared end the necessary epprovals received. 
Actual work should commence in March of 1962. 


RECONSTRUCTION OF INDIAN ROAD - MISSISSAUGA ROAD TC BRICIIVIEW DRIVE - P.N. 45-60 


The reconstruction of 7100 linear feet of Indian Road on a curb and gutter 

basis was undertaken in April, the contract being awarded to Scott-Jaclson 
Construction Limited in the total amount of $138,170.36. A complete description 
of ‘this project is included in the Roads Section of this Annual Report. Incihuded 
in this project was the construction of 3525 linear feet of storm sewer from 

720 feet west of Indian Grove to Birchview Drive. The total cost of this 

storm sewer was estimated at $34,051.00. Work on this project was completed 

in November 


STORM SEWER EXTENSION - LORELEI INDUSTRIAL SUBDIVISION - P.N. 72-58 


The installation of this storm sewer along a proposedexteision to Mattawa 

Avenue - 1114 feet from IL.E.P.C. right-of-wey, was authorizeu by by-law to be 
constructed under the provisions of the Local Improvement Act, at a total 
estimated cost of $25,834.00. The subdivision is an industrial development 
located immediately west of the cxistiny Wharton Glen industrial subdivision. 

The total cost of this work will be assessed against the frontage of the land 
involved. This project hes been deferred pending the registration of the proposed 
plan of subdivision. 


STORM SEWERS - WUARTON SUBDIVISION - P.N. 47-59 (A Winter Works Project) 


The requirement of au agreement between the Corporation and the developer of 
this subdivision was that storm sewers be constructed in the above development 
under the provisions of the Local Improvement Act. The total estimated cost 
of this work is $73,095.00 and will be assessed against the frontage of the 
lend involved. The negotiation of agreements between the developer and the 
Township are at present being undertaken prior to registration of the proposed 
plan of the subdivision. 
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STORM SEWER STRUCTURE - APPLEWOOD ROAD TO DIXIE PLAZA - P.N. 53-61 ("ates 
(A Winter Works Project) 


In July, the Township entered into an agreement with A. Death and Associates 
to provide for consulting engineering services for this project. The work 
consists of 1126 linear feet of 10' x 4' 2 1/%" economy arch (composed of c 
corrugated metal arch pipe with a concrete base) together with 130 linear 
feet more or less of open channel construction, from Applewood Road to Dixie 
Plaza, all at a total estimated cost of $114,035.00. Accompanying this storm 
sewer scheme is the construction of a sanitary sewer between Applewood Road 
and Ilaig Boulevard, composed of 533 linear feet of 12" diameter vitrified clay 
sewer,at an estimated cost of $3,326.00. 


The proposed sewer commences at an cxisting manhole on Applewood Road and 
continues easterly across Ilaig Blvd. discharging into an existing watercourse 
along the west boundary of Dixie Plaza. This work will provide an adequate 
outlet for existing storm sewers and thus alleviate present flooding conditions. 
The intentions are to proceed with this work as soon as the necessary approvals 
are received. 


DRAINAGE DITCH - ALONG C.N.R. RIGIT-OF-WAY - EAST OF CLARKSON ROAD - P.N. 105-60 


The work consists of approximately 2130 linear feet of ditching from the inter- 
section of Balsam Avenue and Clarkson Road easterly along the north limit of 

the C.N.R. and outletting into an existing creek; together with the installation 
of 66 linear feet of 15" C,I.P., two catchbesins and 86 linear feet of 12" 

C.I.P. This work was performed in its entirety by Township personnel, in order 
to alleviate a local drainage problem, Total cost of this project was $1,195.58. 


RECONSTRUCTION OF BASE LINE ROAD - NO. 10 IIIGIMWAY TO DIXIE ROAD - P.N. 65-61 


Provision was made in the Capital Roads program for the reconstruction of the 

Base Line Road at a total estimated cost of $260,000.00. The Township entered 
into an agreement with McCormick & Rankin Limited, Consulting Engineers, for 

the performance of this work. Total length of road reconstruction is approximately 
13,000 feet. A detailed description of this project is included in the Roads 
Section of this Annual Report. A portion of this reconstruction included the 
installation of 1534 linear feet of 12" storm sewer, 402 linear feet of 18" 

storm sewer, all at a total estimated cost of $10,600.00. Tenders for this 
project were called in December, awarding the work to King Paving Limited in 


the total amount of $202,452.60. Construction will commence early in January 
of 1962. 


SEWERS 


SEWER YAINTENANCE 


A sewer cleaning program was established and our bucket machines completed 

the following areas: 

Malton, Applewook Dundas, Applewood Acres, Rome-Saracini, and 80% of Erindale 
Woodlands, All this work was done by the Township sewer crew and their equipment. 


The wewer crews investigated 36 sanitary blockages and 16 storm sewer blockages. 
Twenty-five of these sanitary and 8 of the storm sewer blockages reported 

were located on private property. The remainder on Township property, all 

of which the Township forces cleared. 


On Merch 17, 1961 a sinkage in the road was reported on Dixie Road south of 
Exide Battery. Investigation revealed that the 15" sanitary sewer was collapsed. 
Dundas Construction Company was called in and started to excavate on March 

20 and uncovered eight pipes in a row which were collapsed. These were replaced 
and the trench backfilled. On April 11, 1961, another cave-in was reported 
approximately 100 feet north of the previous sinkage. Again Dundas Construction 
was called in and uncovered a broken pipes. Further examination revealed that 
adjacent pipe showed cracks and the possibility of collapsing. Therefore, 

this Department hired" * Inspectronics Limited of Brantford to conduct a 
television inspection of the complete section of this sewer. This television 
inspection showed that the complete length of sewer between M.H: 7 and M.H. 

8 was on the verge of collapsing. The cracks showed up practically in every 
Piece of lipe except the eight recently replaced. Ruplacement of this section 
was therefore deemed absolutely necessary. At the same time a video inspection 
showed that the lines between M.H. 8 and M.U. 9 and M.H. 5 to 3were in satisfactory 
condition, Tenders were called for the replacement of the section between 
M.H. 7 and M.H, 8 and the work being awarded to Dundas Construction Co. Ltd., 
the low bidder. 


On August 14, 1961 the Towers Department Store asked for an inspection of 
the sanitary sewer connection which they made with their own contractor tbh 
the sewer on the south side of Dundas Highway. The Inspection revealed that 
the flow in our sanitary sewer line was obstructed. Investigation showed that 
this sewer line was also collapsed. Agein we called in Dundas Construction 
Company who worked between August 25 and August 30. This company uncovered 
five cn’ epsed pipes, These pipes were replaced and from there on no more 
troubles ‘ere experienced in any other sewer lines in the Township. 


SEWAGE TREATMENT PLANTS 


Sewage Treatment Plant No. 1 - Dixie 


Design Capacity - 400,000 g.p.d. 

Yearly flow - 82,6 million gallons 

Average daily flow - 226,326 gallons 

No problems were encountered in the operation of this plant, 


Sewage Treatment Plant No. 2 ~- Clarkson 


Design Capacity - 1 million g.p.d. 
Yearly flow - 164,6 million gallons 
Average daily flow - 450,000 gallons 


Only one unit of the two was in operation between the months of May and 
November, as the low flow did not warrant the use of the complete plant. The 
only difficulty which arose in operation was that the barminutor broke down 

in December, Difficulties in obtaining replacement parts from the United States 
kept this equipment out of service for approximately 3 months, 
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Sewage Treatment Plant No. 3 - Erindale Woodlands 


Design Capacity - 450,000 g.p.d. 
Yearly flow - 49.01 mg 
Average daily flow = 134,000 gallons. 


The electric glass panel heaters in the control building were found inadequate 
and in February were replaced with a gas heating unit, which overcame this 
deficiency. In September, the subdivider moved Warren Paving Company in to 
finish the plant site. The road into the plant, the apron in front of the 
control building, the walkways between the tanks were all paved with hot- 

laid asphalt. The slope from the filter bed to the ravine was sodded all of 
which gave the plant a more pleasant and neat appearance. 


During the month of October and November, youths entered the plant after the 
operator left in the evening and various acts of vandalism were performed 
which disturbed the operation of the plant. 


An investigation into the operation of this plant showed that some of the 
piping will have to be altered, such as air piping, filter bed and sludge draw. 
This work will be done in the coming year. 


Sewage Treatment Plant No 4 - Malton 


Design Capacity - 750,000 g.p.d. 
Yearly flow - 107.53 million gallons 
Average Daily flow - 294,000 gallons 


During the month of August until November, this plant received various shocks 

of bunker oil coming from the sanitary sewer line of Orenda and A.V. Roe. 

This was reported to the Ontario Water Resources Commission, to Orenda Engines 
Limited and A.V. Roe and was finally traced to a leaky bunker oil line in 
Orenda Engines Limited. The company started immediately to replace all corroded 
lines in the vicinity, but the detrimental cffect of this bunker oil to the 
sewage treatment process was felt throughout this period. During the summer 
mpnths only half of the plant was in operation as the flow did not warrant 

the complete use and during this time an inspection of the new section found 
that prectically all rubber gaskets in the air diffusers were brittle and broken 
and had to be replaced. Just before the cold weather started the heat exchanger 
was tested and revealed some leaks which made it necessary to re-tube the 
complete boiler as all pipes were corroded to the point of breakdown. After 
this work was performed, it was found that the hot water heating pipes into 

the No.1 digester were leaking into the digester. It was therefore assumed that 
the same corrosion took place in the heating pipes submerged in the digester. 

As the replacement of these pipes would be extremely costly items we therefore 
contacted the 0.W.R.C. and obtained their approval to try an experiment by 

not heating the digester this winter and letting the sewage digest by its own 
generation of heat. This process was very closely watched and followed and no 
fll effects on the treatment of sludge were noticed to the present. 


Sewage Treatment Plant No. 5 - Lakeview 
Design Capacity - 5 million gallons per day 


This plant was officially opened on November 24, 1961 by the 0.W.R.C. 
The flows recorfied between November and January, 1962 were 0.74 m.g.p.d. 
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This plant will treat the sewage from part of Toronto Township, part of Metropolitan 
Toronto and the Town of Port Credit. This site has a final design capacity of 
between 50 and 60 m.g.p.d. Agreements were reached between the three perticipants 
that in the first stage of 5 million gallons a day, 3 1/2 million g.p.d. capacity 
was reserved for Metro Toronto, and the remainder for the Town of Port Credit 

and the Township of Toronto. After reaching the final stage of 50 to 60 

million gallons a day, 1! ‘million gallons will be reserved for Metro Toronto. 

The cost of the entire project so far is approximately 1.8 million dollars. 


SEWAGE LIFT STATIONS 


Sewage Lift Station No. 1 - Caterpillar Road 


Design Capacity - 744 thousand U.S. gallons per day (620 thousand Canadian gallons) 
or 1.145 c.ft. per second. 
Daily average flow - approximately 10,000 gallons 


Sewage Lift Station No. 2 - Malton - Derry Road 


Design Capacity - 800,000 U.S. gallons per day (666 thousand Canadien gallons) 
or 1.5 c.f.s. 
Daily average flow - approximately 210,000 gallons 


Sew: Lift Station No. 3 - Malton Treatment Plent 


Handling only the sewage of Orenda"s cafeteria. No difficulties were encountered 
in the operation of this station. 


Sewage Lift Station No. 4 - Camilla Road 


depen Capacity - 1,225 thousand gallons per day (1,020 Canadian gallons) or 
1.8 ¢.f.s, 


Daily average flow - 290,000 gallons 


Sewage Lift Station No. 5 - Rifle Ranges 


Design Capacity 792,000 U.S. gallons per day (660 thousand Canadien gallons) 
or 1,22 cu.ft. per second. 


No difficulties in the operation of this station were recorded. 
Sewage Lift Station No. 6 - Beack Street 


This lift station was designed by this Department to a capacity of 8,100 

U.S, gallons per minute or 14.9 c.f.s. The design capacity using three pumps 
is 11,664,000 gallons per day. Two forcemains will be discharged into the 
trunk sewer on Lakeshore.Road. Presently there are only two pumps installed 
and one forcemain. One of the pumps is a standby pump with e gasoline engine, 
the other pump is a vari=speed drive pump and is governed by the in-flow of 
sewage. With increesed sewage flow the pumping speed increases automatically. 
The design of this lift station resembling a road style bungalow from outward 
appearance was submitted to the Ontario Water Resources Commission in July, 
1961 and the actual construction was started under the supervision of the 
Engineering Department on November 27, 1961. 


Completion date was set for May, 1962, when this plant will go into operation. 
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SEWER CONNECTIONS 


Tenders were called for the installation of sewer connections as required 
throvghout the Township to exisiing sewers previously constructed and now 
being maintained by the Corporation. 


The contract for this work was awarded to J Ileck and Sons Ltd., the lowest bidder. 
The results produced by the method appeared satisfactory and it is sintended to’ 
continue the procedure. 


During the year 24 industrial sanitary and 5 industrial storm connections were 
installed along with 26 residential sanitary and one storm. 


SUMMARY OF SEWAGE TREATMENT PLANT OPERATING COST - 1961 


——— —- 
WS-1 Ws-2 WS-4 
Wages $ 4,360. $ 4,340, $ 4,420. 
Chemicals 1,221 851 


Operation (Hydro, Water, Fuel, Phone) 13,522 
cs 

Newikquipment. = i ti wee CoeSSeESS) |) Seessees || sesae® -- 

Miscellaneous 1,064 1,395 1,533 1,381 

TOTALS "11,804 11,771 14,056 20,174 

Design Capacity [ 400 ,000 1,000 ,000 450 ,000 750 ,000 
| Average Daily Flow 226,000 450 ,000 134,006 294 ,000 

Total Sewage Treated 82,609.000 | 164,637.000 | 49,010.000 107 ,525.000 
b ——-—— + 

Cost Per Million Gallon Treated $142.90 $ 71.49 $ 286.79 $ 187.63 

Cost Per 1000 Gallons Treated $ 4 $°. 07 $ +29 $ 187 


SUHMARY OF TEST-RESULTS FOR 1961 


| DIXIE CLARKSON ERINDALE MALTON 
Date 5 Day B.0.D., Susp. Solids | 5 Day B.0.D.) s.S. “B.0.D. ii S.S. B.0.D. | 8.8. 
In | ovr IN OUT IN ovr | in | ovr | rn | ovr |rn jovr| rn | ovr! In ‘our 
ve ast = 
Jan 2 369 3.8 626 2 --- --- w-- | --- | 410 | 31 398 |40 seen | aise, ame [aed 
var 12 | 210 | € 354 | 34 wee | one | --=]--- | 245 | 33 [578/28 [250] 8| 1010] 22 
Mar 16 | 175 | 20 594 34 100 16 54144 | 235 | 43 |312)48 |750| 19) 1126] 6 
Apr 6 105 | 5 1116 26 4 3.2 | ---|--- | 120 | 5.2;)150);12 |160 |} 19] 462) 28 
May 18 | 120 | 14 208 26 68 3.6 | 316/18 | 165 | 4.81174/20 /360 | 15] 620: 22 
June 8 62 | 2 148 34 o-- w-- | ---|--- | 150 | 15 |446!60 |235| 7] 984] 36 
June 29} 65 | 2.8 60 30 75 2.8 | 128/26 | --- | --- | ---/---/600 | 130 | 1260/566 
July 20} 220 | 7 684 | 10 so | 146 | 134|22 | 560 | 12 1774/32 |---| ---| --- |--- 
Aug 10 32 | 4.4 | 146 4 80 5.6 | 170/28 ,; 155 | 2.2 190! 34 oe eee ee ee 
Aug 31 | 175 | 4 150 22 120 19 146 | 44 90 | 26 | 236/34 |--= |---| --= |--- 
Sept 21, 40 | 2 86 32 95 22 98} 28 | 110 | 26 |140/26 |480| 44] 442 | 40 
Oct 21 | --- | --- --- --- 170 27 222138 | === | --- | ---/---/520 | 54/1486 | 36 
Nov 23 85 | 6 204 30 155 17 206|36 | 225 | 17|558)18 |310 | 105|542 | 50) 
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1961 _- SIDEWALKS 
SIDEWALK ON SIXTH LINE EAST - P.N. 14-60 


In July 1960 Local Improvement Reports were made to Council on various proposed 
sidewalks. Included in this report was a contrete sidewalk on the Sixth Line 
East on the east bank of the east ditch running from an existing walkway 
between lots 12 and 13 Registered Plan 578 in Marvin Ileights southerly to 
opposite the Publie School, justnorth of the Police Village of Maiton. The 
construction of this sidewalk was undertaken to provide a safe walkway primarily 
for the school children from Marvin Ileights to the Public School away from the 
danger of heavy traffic on the Sixth Line East. This required the purchase 

of an easement for the southerly portion of the walkway and the construction 

of a culvert to carry the sidewalk across the east ditch of the Sixth Line. 

It was necessary to acquire this easement by expropriation. The Corporation 
applied to the Department of Ilighwaysfor 50% subsidy on this sidewalk under 
Section 94, sub-section 4 of the Ilighway Improvement Act, which states that the 
Department of Ilighways may authorize payment of the Township of en amount not 
exceeding 50% of the cost of the work; however, the Department of Iighways 
would not allow the payment of subsidy on this project. 


Tenders an this project were called in March, 1961 and the contract awarded 

to Armstrong Bros., theirs being the lowest tender of $4,944.20. 

llowever, before the project could be started, it was found that due to an error 
in survey, further acquisition of easement was required for the northerly 
portion of the sidewalk. This property was obtained gratuitously and work on 
the sidewalk was started in June. The total contract price for work done is 
$5,248.40. A total of $4,985.98 has been paid to Armstron Brothers leaving a 
5% holdback in the amount of $262.42 to be paid in 1962 at the expiration of 
the maintenance period. 


DERRY ROAD EAST SIDEWALK = P.N, 14-61 


In June of 1961, the Engineering Department received a request from the Board 

of Trustees of the Police Village of Malton for an estimate for the construction 
of a 5' wide concrete sidewalk on the north side of Derry Road Bast from 
Burlington Street to Airport Road. A report for the construction of this sidewalk 
was submitted, at a total estimated cost of $4,200.00. In August of 1961 the 
Engineering Department received notice form the Board of Trustees to proceed 

with the construction of this sidewalk, the arrangement being that the Engineering 
Department supervise this work, the Police Village of Malton paying the total cost. 
Bids for this job were invited by the Corporation Purchasing Agent and the 

tender awarded to Ilalton Paving and Contracting Company, the low bidders, at 

a total contract price of $4,352.00. Application was made for Winter Works 
subsidy on this project, however, the approval was received after the completion 
of the project. Work commenced in November and was completed in December 

except for sodding which shall be carried out as soon as weather permits in 

the spring of 1962. Total amount of work done to date is in the amount of 
$4,007.33. This sidewalk was constructed to conform to the grade of the exist- 
ing curbs on Derry Road, which required some filling over and above the existing 
sidewalk to obtain proper drainage. However, in one location a storm sewer 
wasrequired to drain the area behind the sidewalk. This consisted of the 
construction of two catchbasins and approximately 180 linear feet of 8" diameter 
concrete pipe. The latter part of the work was carried out under cold weather 
conditions, howeyer, provision was‘inade-to apply tarps and straw for protection. 
Originally the sidewalk was to be five feet wide, however, it was found that this 
would leave s two foot unsurfaced boulevard, which we have found in the past to 
be undesirable in a commercial area because of the difficulty of growing grass 
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in this area. It was therefore decided to widen the sidewalk to seven feet 
butting directly against the curb. This provides approximately five feet of 
clear sidewalk for pedestrians and a two foot portion to fill around hydro 
poles, hydrants, etc. 


SIDEWALKS - GENERAL 


In June of 1961, the Engineering Department was requested by Council to submit 
@ report on the cost of constructing sidewalks on Lorne Park Road, from the 
railroad tracks north to Indian Rodd@,on Clarkson Road, on Baisam Avenue, on 
Southdown Road, on Streetsville Road north from No. 5 [lighway to the school, 
and on Cawthra Road from Ryacinthe Boulevard to Burnhamthorpe Road. A report 
was presented to General Committee in August of 1961 summarised as follows: 


Lorne Park Road from C.N.R, right-of-way north to Indien Road 
Total Estimated Cost $20,925.00 


This includes the estimated cost of purchasing approximately 880 linear feet 
of a 13' wide road widening which is required to avoid removing some large 
oak trees. Also the 40' road allowance proved difficult to locate a five foot 
walk, therefore, it was recommended that the walk be narrowed to four feet 

in certain locations, in order to preserve trees. 


Clarkson Road from C.N.R. right-of-way north to Christopher Road 
Total Estimated Cost $15,615.00 


Again in this case because of a limited road allowance approximately 160 feet 
of 4 foot sidewalk was recommended. 


Balsam Avenue and Southdown Road 


An estimate for this sidewalk was not submitted. The present road allowance 

on Balsam Avenue does not allow sufficient room to locate a sidewalk and 

therefore would require the purchase of property. The proposed construction 

of a separate school in Park Royal should also reduce the necessity of constructing 
this sidewalk. 


Streetsville Road north from No. 5 lighway to the Public School 


It was recommended that construction on this sidewalk be deferred until a 
suitable location could be obtained with respect to the proposed widening of 
No. 5 llighway at this location, therefore no cost estimate was submitted for 
this sidewalk. 


Cawthra Road from Ilyacinthe Boulevard to Burnhamthorpe Road 
Total Estimated Cost $13,610.00 
The final summary of the general report recommended that sidewalks 


be constructed on Lorne Park Road, Clarkson Road and Cawthra Road at a total 
estimated cost of $50,150.00. This work is expected to take place early in 1962. 
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SIDEWALK MAINTENANCE 


A detailed survey of all the sidewalks in the Township was carried put by the 
Engineering Department and a noté made of all portions which were deemed 
hazardous to pedestrian traffic. These were then split up into portions to 

be repared by the Corpdration and the portions to be repaired by various 
utilities, which had, through the installation of services, etc., broken the 
sidewalk. The respective utilities commissions were then informed of these 
portions to be repaired, with instructions to repair them as soon es possible.' 
The Township Works Department is undertaking the repair of the remaining portions 
of the sidewalks. 


3 SUBDIVISIONS 


For the mostpart development within the Township resulted through the 
expansion of existing subdivisions such as Park Royel, Erindale Woodlands, 
Blessom Gardens, Deborah Acres etc. 


A tetal of $1,608,814.37 worth of municipal services have been arranged 
through subdivision agreements which have been entered into during the year. 
This servicing cevers an area of approximately 230 acres which represent an 
average servicing cost of $6,747.00 per acre or $1618.43 per lot as an average 
over the 647 created through new registrations. 


It is interesting to note that the average servicing cost per foot of road 
amounts te $46.70 per foot made up as follows: 


Sanitary sewers 8 7.45 
Storm Sewers 12.98 
Roads 14.77 
Sidewalks (Both Sides) 5.20 
Watermains 6.30 


In reviewing the plans en which processing has begun this year, a trend seems 
to be developing toward mutiple family accomodation. Some activity and interest 
is being shown in industrial development and it is anticipated that. this 

trend will continue. 


The following summarizes the subdivisions which are in one stage or another 
in their creation and completion. Tables indicate which subdivision were 
processedregistered and under maintenance during the year. 


Subdivisions Processed 


Project Subdivision T No. Industrial No. Lots San. Sewers Comments 
No Residential or Acreage or Septic 

Comercial (approx) Tanks — 
20 61 Glatt T 14324 Residential Rl 4 Septic Completed 
21 61 Dalewood Stage IT 7 11991 Residential R4& 135 Sewers Processing Begun 
22 61 Pheonix & Sons Ltd. 7 13586 Res.,Comm.,Ind. 447 and 21 Sewers Processing Begun 
23 61 Mursepp T 12522 Residential Septic Premature 
24h 61 Strong Arme T 14113 Residential R1 8 Septic Processing Begun 
26.61 Trenholme T14109 17 Septic Premature 
28 61 reelport Stage IT 7 14092 Residential R2 202 Septic Premature 
30 61 U.L.C. (Truscott) { 10207 Residential R3 19 Sewers Completed 
31 61 MeCormacl. Smythe 7013590 Residential RZ & R4 25 Sewers Draft Approval 
32 61 Erindale Stage V T 14356 Residential C2 4g Sewers Processing Begun 
34 61 Erindale Stage VI T 14485 Residential RM6 17 Severs Completed 
35 61 Bellinghem Invest. T 14047 Residential R3 140 & Multiples Sewers Processing Begun 
4h 61 Gamble T 14062 Residential R2 5 Septic Premature 
45 61 Amelia Development T 14995 Residential RL & 2 423 & Mult. Sewers Processing Begun 
47 61 Ridgewood. T 11991 Residential Sewers Processing Begun 
51 61 Kennedy T 14287 Residential R3 10 Septic Registered 
67 61 Alka Dixie T 14349 Residential R4 Septic Premature 
68 61 FOB Commercial 6 Lots Sewers Completed 
70 61 Rrindale T 13626 Industrial 23 Sewers Processing 
72 61 Biolystol TL4472 Residential R2 33 Septic Premature 
Th 61 Applewood Dundas T 12992 Residential R3 & RML 213 Sewers Processing Begun 
77 61 Lenworth T 14800 Industrial Sewers Processing Begun 
79 61 Howson T 13989 Residential Septic Processing Begun 
85 61 Ashton Stage IT f 14702 Residential M> 4 Sewers Processing Begun 
91 61 Morvin Fts. St IT T 14601 Residential 70.9 Ac. Sewers Processing Begun 
92 61 Caldwell (Apt) Commercial & Sewers Processing Begua 


Subdivision Registration 


The following table lists the subdivisions which have been registered during 
1961: A 24 fee is paid by the developer to the Corporation for the Township 
Engineering Department's work in processing and inspection for all the services 
constructed other than water. 


TABLE 
Subdivisions Registered in 1961 
Reg'd Total Cost 2h Preliminary Approval 
Plan No. P.N. Subdivision Other than Fee for all Services 
Water Constructed 
64L 56 60 U.L.C. Stg, TIW 220,744.20 4,414.88 No 
Bushland 
642 19 56 Dymond 357,228.38 7,144.57 No 
643 25.60 Blossom Gardens 55,081.80 1,101.64 No 
645 35 61 Jaguar Block NIL Yes 
H,R.P. 637 
647 20.61 Glatt(Mississauge) NIL Yes 
648 30161 U.L.C. (Truscott) 2,625.00 52.50 Yes 
649 29 60 Deb. Acres 153,014.14 3,060.28 No 
R.P. 616 
650 34 61 Erindale Stg VI 4,640.00 92.80 No 
Block H,I,J,K 
654 67 60 Proctor 8,734.00 174.68 No 
655 96 60 U.L.C, Stg ITI 310,810.86 6,216.22 No 
656 Ly 56 Fry 77,022.05° 1,540.4 No 
657 18 56 Ulpman 32,685.00 653.70 No 
9 45 o Alka Stge II Bk, 315.92 Lee 2 No 
95 Dymond Shook 2,391.21 1,647.82 No 
27 705,85 
Township Expenses: 
Inspector's Wages 16,107.98 
Allowance for Inspector's Cars 
13,338 Miles at .11/mile 1,333.80 17,441.78 
10% office overhead for above 17,441.78 1,744.18 
Engineering Personnel 10,000.00 


TOTAL 29, 185.96 


Table Provides a summary of the services and their costs to be installed 
in the subdivisions registered this year. The cost figures shown are estimated 
figures and the actual cost might be slightly lower than the figures shown. 


It is apparent that the revenue derived from the registrations in 1961 is 
not sufficient to cover the Township expenses with respect to subdivision 
expenses in 1961. This fact was apparent in 1960 and was pointed out in the 
annual report for 1960. A new engineering agreement and Township standards 
for the development of subdivisions in the Township is presently being 
prepared. This new agreement makes provision for increasing the fee for 
registrations for Township Engineering expenses from 2% to 3% and we expect 
that future cost comparisons will be more favourable from the Township's 
point of view. 


The following tables outline the stages thet current subdivisions within 
the Township have reached in 1961. 


TABLE 
Subdivisions Taken @ver by, the Township in 1961 
P.N. Registered Plan No. Subdivision Date 
68 55 | 603 Ader July 12, 1961 
63 55 576 Pattison July 18, 1961 
27 60 U,L.C, Industriel July 14, 1961 


This means that the services constructed within the above subdivisions are 
now the full responsibility of the Township. 


Sraneelh 


TABLE 


Subdivisioss wdor Moiutenence ia 1961 


P.M. Reg'd Plan No. Subdivision End of Maintenance Period 

31 5h 578" Marvin Heights When settlement with 
P.U.C, is made 

19 55A 558 Trusteel (Harris) Wheh Walkway Constructed 

19 55B 600 Trusteel (Terry) Easement settlement 

56 55 587 U.L.C. Stage I February 5, 1962 

37 55 602 Whaley June, 1962 

71 58 616 Deborah Acres Stg.I September 16, 1963 

51 58 638 Lawsmith October 30,1964 

53 58 631 Peelport December 19, 1963 

22 59 619 U.L.C, StageII December 1, 1963 

30 60 626 U.L.C. Stage IIB December 1, 1963 

19 60 U.L.C. Bromsgrove December 15, 1963 

61 59 633 Deb. Acres StageffII December 15, 1958 

72 59 637 Price Jaguar July, 1964 

30 61 648 U.L.C, (Truscott) January 1, 1965 


When a subdivision is under maintenance the developer is responsible for the 
services installed, generally one year for underground services and three 
years for roads and sidewalks. During this maintenance period the Township 
provides sewage treatment, water, school facilities, Police protection, snow 
and garbage removal. The dates listed under the column "End of Maintenance 
Period" indicates when the Township will be assuming the responsibility for 
all the services constructed in each respective development. 


TABLE 


Subdivisions Under Construction 1961 


P.N. Registered Plan No- __Subdivision _ = ss = 
39 55 684 Galvert Gardens 

40 55 5833 McKee 

73 55 617 Kendrick 

89 55 623 BurLburt 

18 56 657 Ukpman 

19 56 642 Dymond 

44 56 656 Fry 

19 56 620 Ashton 

93 56 611,612,613 Applewood Dundas StageI 
84 57 615 Dickson Park 

45 58 659 Alka Stage II 

41 59 628 ,629 ,630 Alka 

53 59 632 Oughtred 

68 59 624 Applewood Hts. Stage II 
75 59 627 U.L.C. Shopping Centre 
23 60 Bob Clare Developments 
25 60 643 Blossom Gardens 

28 60 Industrial Caroga Stage II 

29 60 649 Deborah Acres _''' 

56 60 641 UL.C. Sbage IEI? 

67 60 654 Proctor 

95 60 660 Dymond Shook 

96 60 655 U.L.C, Stage III 

20 61 647 Glatt 

84 61 645 Erindale Woodlands Stage VI 


68 61 FOB Investments Limited 


Pre 


Calvert Gardens 39 55 
McKee 40 55_ 


A sidewalk remains to be constructed on the South Service Road in connection 
with these two subdivisions. 


Kendrick 73 55 


Some miscellaneous drainage works and sod require completion in this subdivision 
and this is expected to be done in the spring of 1962. 


Humphrey Hurlburt 89 55 
Some sod is required for the necessary completion of this subdivision. 
Fry i 56 


Construction in this subdivision began in 1961 and a major portion of the 
inderground services have been completed 


Ashton 79 56 


Certain works must be completed to the services installed above ground prior 
to the Township giving preliminary approval. 


Applewood Dundas Stage I _93 56 


Improvements to the watercourse and outfall structure to the storm sewer 
must be completed prior to our preliminary approval for acceptance. 


Dymond__19 56 


Construction in this subdivision was begun in 1961 with the major portion 
of the underground works being completed. 


Dickson Park 34 57 


The street signs must be completed in this subdivision prior to our granting 
approval. 


Alka Stage IT 45 56 __ 


Construction in this subdivision was begun in 1961 and underground works 
have been completed to date. 


Ulpman _18 56 


Construction of services in this subdivision began late in 1961 and the 
underground services have been completed, but have aot been given preliminary 
approval . 


Alka Stage I 41 59 


The services have been completed in this subdivision with the exception of 
minor sodding and this is expected to be completed in the spring of 1962. 
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Qughtred__53_59 

Sidewalks remain to be completed in this development. 

Applewood Heights Stage IT _68 59 

As with StageI, Applewood Heights, the watercourse improvements and o 
improvements to the outfall storm sewer must be completed prior to our 
recommendation for acceptance. 

U.L.C. 75 59 


The above ground services, such as sidewalks and sodding, must be completed 
in this subdivision. 


Bob Clare 23 60 


Sidewalks and sodding must. be completed for this commercial development 
to be approved by the Township. 


Blossom Gardens Stage II_ 25 60_ 

All underground services and rough grading have been completed in this 
subdivision. The road surface, curbs and sodding are expected to be 
completed in 1962. 

Caroga Stage II 28 60 

The water installation for this industrial subdivision is not satisfactory 
to the P.U.C, and we are withholding our recommendation for acceptance by 
the Township until the P.U.C. are satisfied. 

Deborah Acres Stage II 29 60 


Some sodding and sidewalk construction is necessary for the completion of 
the services in this subdivision. 


U.L.C, Stage IIV 56 60 


All the sbove ground services in one stage of this development remains to be 
completed. 


Proctor 67 60 

The above ground services remain to be constructed in this subdivision. 
Dymond Shook 95 60_ 

Construction of the services in this subdivision were begun late in 1961. 
ULC, Stage IIT _96 60_ 

The underground services in this subdivision have been installed and given 
preliminary approval. The temporary sub base was constructed as a roadway 


to allow time for trench settlement. The above ground services are 
expected to be completed in 1962. 


eateed 
Erindale Woodlands Stage VI 34 61 


The underground services required in this subdivision have been installed 
to the Township's satisfaction. Sodding and sidewalk construction is 
expected to be completed early in 1962. 


GENERAL | SANITARY SEWERS STORM SEWERS 
SUBDIVIDER cost SIZE | LENGTH| 


FILE \ INCHES) LIN. FEET IINCHES! LIN. FEET 


19-56 | Dymond eee z | Vit.| 10 | 7936 |58056._|.7. 32 10-42 8,716 
o | Blossom Gardens Stage IT itis | a i 12-30 2,367 
) | Block H Jaguar Valley’ 9°. | - | N41) |] No Seevices Constructed =| 


_| Glatt (Mississauga) 9° | | Services Con ey 4 
U.L.C. (Truscott) wa Previously Constructed under 1 RP. 6 


i ——eaR i 
56-60 | U.L,C, Stage II West {37.12 _ ; Vit, | 10 | 5461 144955, | 8. 23) 10-27:5,690 


Deborah Acres-Stage 111 __|13,14 62 |vit. | 10| 2070 |13,886.| 6.71 Conc| 15-36 2,217 37,206, 16. 78a 
i Consbrec d undex 


rindale Woodlands stage vi |__| 17 [Coueweetous Oniy/ 127i uma previohs agteeneit 
Sas ; a ; |, Cone 152| 2,030. 13. 36 


U.L.C. Stage IIL ____ [66.84 169 vie. | “10 | $003 _|36,868.| 7.37, Cone| 10-6) 5,993 99,880. 
Fry 30_lvie. | 10 | 2120 |15,300.| 7, 49) Cone| 10-24 2,122 |22,864, 10 
Ulpman Il | one 5 16,045. | 
Alka Stage IL 1 5 13,179. 20,817. 


Dymond Shock | 16,395. | 15_ 2,124 |19,395. 
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SUMMARY OF ENGINEERING SERVICES PROVIDED BY SUBDIVISION AGREEMI 


RAL | SANITARY SEWERS STORM SEWERS ROADWAYS. | SIDEWALKS WATERMAINS 
cael neraltey areas LENGTH! oogy [UNIT levee SIZE |LENGTH] Gog, [UNIT |i type 10TH] LENGTH aae [unt | ype] “ENSTH cosy UNIT || TYPE LENGTH] cosy | UN! 
UBDIVIDER ' INCHES) LIN. FEET | eae! INCHES] LIN. FEET COST FEEWPLIN. FEET Gand LIN. FEET} {COST INCHES] LIN. FEET co; 
+ = — — cOsT| 
ge II West vie, _ 10 | 5461 _ |44955, | 8, 23, Cone| 10-27. 5,690 |51258._|9,01/aspby 26 if 5,614 71298, - 12.70 Cond oe 2.25|6 & 8| 5,715 |39,377. | 6.é 
| _ me vit.| 10 | 7936  |58056. | 7. 32 Conc} 10-42 8,716 |100740. 11. 56||Asph.|28-34 8,614 151,055417. poe 17,228 47,377. |2.25'6 & 8| 8,599 | 
iene letape iT Mam. |\Conc| 12-30 2,367 |26,216, 11. 07||Asph.| 24 ‘| 2,100 | 25,440112.1 a __ | 6 | 2,346 [1 
guar Valley 2 mee No Sexwaces Constructed | | (es pel ees epee a | ES, 
sissauga) | sis No ices Conftructed _ aS < Lae = oa 
scott) - ee Previpt sly Cons ucted uni RP. 627 — — al ae z iL : 
wres-Stage IIT vit. | 10 | 2070 |13,886.| 6.71 Conc, 15-36 2,217 37,206. }.6.78|Asph. 28 | 2,270 36,607 16. 13 ‘Cond 2,107 | 5,300. |2.50 6 & 8 2,313 |214,997.| 6+ 
loodlands Stage VI | __ p|consactt s Only | 3 sl | Construct: a under previous agkeeue Lt Re | Cong 732 + | 900. | __ Sai under | 
‘ i ‘Soa Conc| 24 152| 2,030.13. 36|Asph, 28}, 280 | 4 g74/17.24 ’ aa | 6 | 318 | 1,946.) 6.) 
ige IIL (66. 84 5003 |36,868. [23 [Conc] 10-6) 5,993 |99,880. 1.6. 67||Asph|28-3%) 5,815 43.50 Cond 12,830 42,090. |3.00/6 & 8 6,145 |41,881.| 6. 
15,300.| 7,49) Conc] 10-24 2,122 |22,864. 10. 77||Asph, 28 ‘ ea 4,434 113,314. 3.00/| 6 | 2,402 |13,586.| 5. ¢ 
Conc| 18-36 1,174 |16,045.13.67||Asph, 28 828 | 13,304,16.0% Cone 728 | 1,436. |2.00|| 6 | 1,286 | 7,308.) 5.1 
13,179.| 7.22) Conc| 10-3) 1,849 |20,817. 17. 73 28 |°1,740 Con¢_3,170 | 8,837. |2.80| lo os 125,| 64 
16,395.| 7-90) Conc| 10- 124 |19,395. | 9. 13||Asph 112.65 Cond 4, 506-13,518.|300|| 6 | 2,304 |13,852.| 6. 
a 5 
== 2,404 2,48 , 56,957 |163,649 _ 34,368" 220,494 
_ = : 6.3 


4-5 @ cond LL, 228. 0,877. 
34 8, 614 h51,055117.54 Cond 17,,228 h 


=e 


1 
as eee 
| 
i 


"28 | 2,270 | 36,607/16.13 Cond 2,107 | § 


a | a aera mar ie 


WATERMAINS _ COST “PER 
|&/or mt: 
00 _!'260,121. 00. 7007.5 
__|410,216.73 7960. 
_[ 71,942. 585213. 2 


: : Previous “Agreement 


GENERAL 


BREED OR: SUBDIVIDER 
PLAN | FILE a2 - 


ULC. Stage II West 
Dymond 

_| Blossom Gardens Stage II 
_| Block H Jaguar Valley 

| Glatt (Mississauga) 
_U.L.C, (Truscott) — 
Deborah Acres-Stage III 

| Erindale Woodlands Stage VI 
Proctor _ 

U.L.C, Stage III — 

ey —____ a 


|) ko er 
| 660 | 95-60 | Dymond Shook =a 


SUMMARY OF ENGINEERING SERVICES PROVIDED BY SUBDIVISION AGREEMENTS 


HYDRO OTHER) 


~st . 
COST PER 


'SANITARY SEWERS STORM SEWERS ROADWAYS SIDEWALKS WATERMAINS 
| Engi ‘ 
ACRES! LOTS rype| SIZE PENGTH ost [UNIT] SIZE | LENGTH UNIT || Vpe UNIT | type LENGTH] Qoo_ |UNIT | TYPE} LENGTH) cogy | UNIT) GaSe Lenawee OT eaE ee 
i Met 2 INCHES) LIN. FEET COST! INCHES) LIN FEET COST || FEEWALIN FEET COST LIN. FEET COST, INCHES| LIN ner COST &/or Walkways 
oe = + : ee =—— ——- = i a a ee - > —SSS———S— SS etc. —+ 
oe 138 Vit.) 10 | 5461 44955, 8, 23} ene 10-2) 5, 690 51258, 9,01 |Asph, 28 Is, 614 12.70 Cong 11,228 80 ,877. 12.25 | 6 & 8 5, 715 eee , 9,970.00 260,121. og 
51.53 198 Vit.| 10/7936 |58056. | 7. , 32) Conc| 10-42 8,716 |100740. 11. 56 Asph.|28-3% 8,614 1151,055417. 54 Cong 17.,228 47,377. 2.256 & 8) 8,599 52,988. | 6.16. p~ -- 620, 216. 2 7960.73 
13.8; 56] Conc) 12-30 2,367 26,216. 11.07 |Asph. t | 2,346 |16,861.| 7.19 -- 
- Nil | No Services Congtruc ed | sk | -- an 
4 |i No $ ices Construc ed iI + bs | ed -- 
2.77| 19 I Previously Constructed under R.P. 627 | 2,625.00 | 2,625. 00 
13.10 62 (Vit. 10 | 2070 | 13,886.) 6.71 Cone, 15-36 2,217 |37,206. 16. 78 Asph. 28 . i 36,607,16.13 Cond 2,107 | 5,300. |2.50 6 & TEE 50, "900, 14 168, "001.1 12825, 27. 
17 Connections Only 327808 poceee: ructed under previous agreeme! Cong 732 + 900. | onst Previous Agreement | 4,640. 00 soa 
ee) 3 : : Gone} 24 | 152| 2,030.13.36 Asph, 28 117. 6 | 318 | 9,680.00 4840.00. 
66.84 169 Vit. | 10 | 5003 |36, 868.) 7. 37 ¢ Conc! 10-6) 5,993 |99, 880. 16. 67) AsphJ28- 78,527113.59 Con¢ 12,830 42,090. |3,00 6 & 8 6,145 |41,881.| 6.82 36,650.00 |352,692.11 5276. 66 ' 
2137) 50 oe 10) E220 Ris 300.. Z: 4d, Conc) 10-24 2,122 |22,864. 10,77) Asph, 28 . 9.20 cone 4,434 13,314.|g00) 6 | 2,402 |13,586.| 5.66, -- |, 90,608.59 6969, 89 
6.10 19 if __| Conc] 18-36 1,174 |16,045.13.67|Asph) 28 13,3041 16. 07 Cone 728 | 1,436. |2.00, 6 | 1,286 7,308.| 5. 68 oe 39,993. 04 6.23 
11.3 b. C - 17.73] [p=e— yp | | 
54 as 10 | 1864 |13,179.) 7. 22) Conc (10-30 1,849 |20,817. y-73| bare 28 35,706) 20. 52 Cone 3,170 | 8,837, 2. 80 | 14_| 2,940 117,725.| 6,03) __ ___| 5,776.00 102, 041.0 9030. 13 
{12.68 54 Wie. 10 | 2075 =| 16,395.) 7. 90 ie | 10-1 5 2,124 |19,395. ae 28 ,500}'12.65 Cone 4,5096./13,518. 400) 6 | 2,304 | 13,852.) 6.01 7,145.01 | 96,243.21 7590.15 
; ~ = ee —— +f- iT —-- 
——————j—} —$— ; : ——T —————att i} 
23024 8447 — 26,529 202, 373 —-- | ieee 396 421 12,45 56,957 |163, 6491. 34,368 220,494) | ‘113,066 .151,608,814. Ee 
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BUILDING CONSTRUCTION 


ADDITION TO MUNICIPAL OFFICES - COOKSVILLE - P.N. 42 -58 


The addition to the Municipal Office was completed in 1962, and the personnel 
using this building have been transferred to their respective offices. 


PAINTING OF OVERUEAD DOORS - P.N. 73-61 


Due to serious scaling and splitting the wooden overhead doors at the Works 
Building Garage, it was necessary to repair them during this year. Bids were 
invited from five local contractors and David Delworth was awarded the contract 
for $388,00. The work has been completed to the satisfaction of this Department. 


WORKS SERVICE CENTRE 


Works service centre refers to the vehicle repair facilities housed in the 
Works Department Building of the Township of Toronto on Mavis Road. The works 
service centre was set up in 1958 to service vehicles used by the Township 
Departments, primarily the Works and Engineering Departments. 


Total number of vehicles serviced by the service centre is 110, which includes 
tractors and trailers, over and above this the centre services machines such 
as sewer cleaning equipment, pumps, awn mowers and power saws and carries 
out various miscellaneous repairs such as welding. 


There was no appreciable increase in the number of vehicles serviced over 
1960, consequently the number of staff remains at 9, comprised as follows: 
1 Fleet Supervisor 
2 Mechanics Class "A" 
2 Mechanics Class "B" 
4 Mechanics [lelpers 
1 Stockkeeper 


The service schedule remained the same as in 1960 as follows: 

From 8:00 a.m. to 1:00 a.m. during the week days, giving a total of 17 hours 
per dey. In 1962 the schedule will be revised to provide 24 hour service on 
the basis of three shifts. The shifts are to be set up as follows: 

8:00a.m. to 4:30 p.m. - where all work is carried out including major repairs, 
preventive maintenance, washing and gas and oil service. 

4:30 p.m. to 12:30 a.m. only preventive maintenance is carried out. 

12;15 a.m, to 8:15 a.m, washing and gas service. 


This schedule allows for more time to be spent on maintenance during the day, 
relieving the mechanic's helpers of the washing duties. Minor emergency repairs 
will also be carried out during the night shifts. 


Charges for work carried out in the service centre are rated as follows: 


Gasoline $0.34 per gallon 

oil -4O per quart 

Diesel Oil «40 per gallon 

Labour 3.20 per hour 

Parts At Cost 

One thousand mile sa@rvice check for cars and 1/2 ton trucks $1.50 

Tire repairs for cars and 1/2 ton trucks 1,00 

Tire change for cars and 1/2 ton trucks 0.75 

Car wash 1.50 

Service checks, tire work and wash for all other vehicles 3-20 per hour 


Major body an? paint work is done outside of the works service centre on a 
contract basis. 


A 1000 mile service check has been set up as part of a system of preventive 
maintenance and includes u grease Job and a complete check of lights, horns, 
ignition, etc. 


The service centre balance sheet for 1961 is as follows: 


Revenue: Eng. and Works Department $12,628.44 
Roads 60,349.37 
Police 38,039.50 


Recreation 2,498,02 
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Park: 6,161.25 
$120, 353.32 

Expenditures: 
Overhead $ 10,967.12 
Salaries 42,541.98 
Supplies 94,123.56 
$147 , 632.66 


Less - Other Revenue, including P.U.C, charges and Less Inventory 
1,493.10 | 


Total expenditures $133,139.56 
Deficit for 1961 12,786.24 


This deficit indicates that the charges for 1962 should be reviewed with the 
idea of proportionately increasing the charges so that the deficit will be 
removed in 1962. 


ROADS DEPARTMENT VEHICLES 


fhe roads department operates a fleet of vehicles comprised of dump trucks, 
sanders, graders, steam jennies, rollers, pickup trucks for foremen and sub- 
foremen and one car for the Township Road Supervisor. 


Under the OB-CC-40 rates set by the Department of Ilighways, the Township 
receives 50% subsidy on the rental costs as set out in the above mentioned 

rates for all work carried out on road maintenance. For the year 1961 the 

total rental charges on the roads vehicles and machinery was $106,035.60. 

The total amount eligible for D.II.0. subsidy was $97,005.15, 50% or 

$48,502.58 should be the sum received form the Department of Ilighways as subsidy. 


The total Works Service Centre charges for the roads vehicles was $60,349.37, 
which subtracted from the total rentals of $106,035.60 leaves a revenue of 
$45,686.23. Subtracting the D.1.0. subsidy from the total expenditure on the 

road vehicles we have a net cost of operation for the roads vehicles of $11,846.79. 


From the above table we see an overall deficit for the Works Service Centre of 
$12,786.24, this we feel is due partially to an increase in wages over the 

year 1961 of approximately $9,600.00, also a capital expenditure of equipment 
for the shop was made in the amount of $2,200.00 and also a $2,000.00 charge 
for a difference in inventory foom 1960 to 1961 is also charged in this deficit. 


ENGINEERING DEPARTMENT VEHICLES 


In July of 1961 the Engineering Department traded a 1957 Meteor Station Wagon 
and a 1958 Triumph on three new 1961 Volkswagons bringingthe total number of 
vehicles in the Engineering Department to 16, This will explain the repetition’ 
of the numbers 202 and 203 in the table "Summary of Vehicles" hereafter. 


A new 1961 3/4 ton Chevrolet pickup was purchased for the sewer department as 
No, 103, this vehicle replaces the 1954 Chevrolet pickup numbered 101 which 
has now been transferred to the roads department. 


COST SUMMARY FOR ENGINEERING & WORKS VEHICLES - 1961 


Vehicle Number Description Total Total * Total 
Miles Cost Cost per.mi. 
1960 1960 ¢/mile 
201 '56 Meteor 58 6775 1040.80 15.4 
Old 202 ‘ST Meteor W 2665 681.96 25.6 
New 202 ‘61 V.W. c 8166 574.65 7-0 
Old 203 '58 Triumh 5S 268.46 x 
New 203 "61 VW. c 5462 525.99 10.0 
204 '58 Triumph S$ 9604 1050.08 10.9 
205 '58 Triumph 5S 5976 763.61 12.8 
206 '58 Triumph 5& iF 817.34 9.2 
207 ‘58 Triumph S$ 736.89 pf 
208 '58 Triumh S 903.93 x 
209 ‘58 Chev. Ss 6426 1349.68 21.0 
210 58 Chev. s 7899 1184, 08 14.9 
211 58 Chev. s 7658 1025.38 13.4 
212 '58 Chev 8 6595 1212.34 18.4 
213 '59 Ford s 10174 1452.37 14.3 
21h "59 Chev s 6239 943.30 15.0 
215 '59 Chev. s 10812 1159.20 10.7 
216 "61 V.W. c 6744 596.66 a 
101 '55 Chev. 1/27 758.28 
102 '59 Int. 1 1/eT 1244.13 
103 "61 Chev. 3/49 578.54 
Legend: S = Sedan 
W = Station Wagon 
C = Coach 


& = Incl. operating costs, Ins. and depreciation 
X = Speedometer broken 


reed 
BRIDGES AND CULVERTS 
INDIAN VALLEY TRAIL BRIDGE P.N, 12-61 


The only new bridge constructed in 1961 was a 20 foot span rigid frame concrete 
bridge on Indian Valley Trail over the C-20 creek just west of No. 10 Ilighway. 
It was decided to construct a new bridge et this location in place of the old 
culvert because of the deterioration of the old culvert and the requirement 

for a larger opening to handle the run-off flow. At the same time it was 
decided to raise the road approximately 1 foot to improve the grades and to 
pave approximately 200 feet of approach on either side of the bridge. As on 
the Meadow Wood Bridge, described hereafter, it was decided to use aluminum 
handrails, as opposed to steel handrails in order to decrease the cost of 
maintenance. 


Tenders for the construction of this bridge were called in September of 1961, 
the low bidders being Halton Paving Company Limited at the contract price of 
$13,384.04. After receiving Department of Dighways approval of the contract, 
work was commenced in October. As of December 31, 1961 the project is complete 
with the exception of the asphalt road surface, sodding and final cleanup. 

It 1s expected that the aluminum handrails will be installed shortly after the 
new year and as soon as weather permits after the spring break-up, the paving 
operation is expected to be carried out. 


Total cost of work carried out as of December 31, 1961 is $10,636.65. Final 
cost of this project is expected to be in the order of $14,000.00. Work on 
this project was carried out with few difficulties encountered and the co- 
operation of the contractor was found to be quite good. 


MEADOW WOOD ROAD BRIDGE P.N. 10-59 


As mentioned in the 1960 Annual Report, all the concrete in this project was 
poured with the exception of one wingwall. Shortly after the new year the 
concrete work was completed and the aluminum handrails installed. Work was 
again started in the Spring of 1961 which included backfilling of the structure, 
construction of the approaches and approximately 800 feet of roadway. In 
conjunction with this project the creek bed on the upstream and downstream 

side of the bridge was improved considerably by straightening and widening, 

The job was completed to the point of clean-up in July with a total cost of 
work in the amount of $43,403.62; including Engineering, contingencies, materials 
and advertising the final cost of this bridge should be in the order of 
$51,000.00 


The completion of this work has improved the appearance of the area and eliminated 
the dangerous traffic conditions presented by the old structure. Observation of 
the area during Spring breakup will provide a test of the drainage improvements 
carried out. 


All that remains to be paid in 1962 is the 5% Holdback to Inverleigh Construction 
Company in the amount of $2,170.18. ‘The work on this project was satisfactorily, 
carried out and it was found that Inverleigh Construction Company, although 
being e small company with limited finances, were very co-operative in rectifying 
any problems encountered during construction. 
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NORTH ALARTON STREET BRIDGE P,.N. 81-58 


Work on this bridge was completed in 1960. After final inspection of the 

project was small and some repairs carried out to a portion of the concrete 
sidewalk and rip-rap, the 5% holdback in the amount of $1,582.40 was paid to 
Ualton Paving & Contracting Company Limited. The construction of the culvert 

and bridge in this project and the installation of railway crossing signals 

have greatly improved the dangerous situation which existed before the construction 
was carried out. 


DRAINAGE IMPROVEMENTS 
CAWTIRA CREEK - P.N. 47-60 


This work was basically an improvement to the Cawthra Creek in the area of 
Lynd Avenue and Arbor Road. An existing 9' x 6' corrugated iron pope arch 
across Lynd Avenue was removed and transported to the intersection of the same 
creek at Arbor Road. The existing 9' x 6' pipe arch across Arbor Road was 
relocated to allow the installation of the other 9'x6' pipe arch beside it to 
inerease the capacity of this intersection? The 12' x 6' reinforced concrete 
culvert ecross Lynd Avenue was constructed in place of the old culvert in 
conjunction with approximately 300 feet of extension constructed on eitherside 
of the road culvert to completely enclose the creek over this distance. The 
portion under the roadway is of standerd Department of Ilighwavs 12'x6' reinforced 
concrete culvert design. The construction of 60 linear feet of this culvert 
was subsidized in the amount of 80% of cost by the Department of [lighways as 
@ roadway cross culvert. The relocation of the 9' x 6' corrugated iron pipe 
arch was also subsidized by the Department of Ilighways in the amount of 80%, 
Subsidy was also received on this project under the Winter Works Incentive 
Programme. 


Further information concerning this project is included in the Storm Sewer 
section of this annual report. 


INDIAN ROAD PROJECT - P.N. 45-60 


In conjunction with the reconstruction of Indian Road from Mississavga Road 
to Birchview Drive, a reinforced 10 x 7 x 100' box culvert was constructed on 

a@ watercourse flowing under the Indian Road betweenTccunseh ParkDrive end 
Birchview Drive. A box culvert design was used in preference to a standard 
D,.0, culvert because of the poor ground conditions expected at the site 
making the use of footings unecononical. Further information regarding this 
project will be found in the new road construction section of this annual report. 


CULVERTS - 1960 - P.N. 11-60 


In 1960 2 conerete culverts were constructed on Britannia Road East and 3 pipe 
arch culverts were installed on the Trafalgar Town Line. Work was completed 
in 1960 and final payment made. In 1961 the 5% maintenance holdback was paid 
to Inverleigh Construction Limited in the amount of $850.93. 


STAFF . 

The drafting staff at the beginning of 1961 consisted of a 
chief draftsman, a computer draftsman, two senior, two intermediate and one 
junior draftsman. 


In the month of January one of the intermediate draftsmen 
left and was replaced early in February. During January a junior draftsman was 
hired in connection with winter vorks and was kept on when this program ceased 
on April 30. In February a new position was created and a seacher plotter was 
hired for the purpose of redrawing and updating assessment sheets. Due to the 
increase in work caused by extensive sewer construction it was found necessary' 
to hire a learner draftsman-file clerk. In September, the female tracer, hired 
in 1960, left marking the end of a succdssful experiment, the purpose of which 
was to find if quality as well and quantity could be obtained in tedious tracing 
at low cost. 


The combined salaries of the entire drafting staff for the 
year 1961 was approximately $38,895. Of this amount, about $1326 was paid for 
overtime work. 


GENERAL 


The following are the main jobs performed by the drafting 
department during the year. 


Complete working drawings for the Beach Street Sewage Lift 
Station from March until completion in June. It was necessary to work some 
144 hours of overtime on this project, the largest of its type undertaken by 
the drafting department. 


Drawings for enextensionto the linch room in the Works 
Department building, and of foam spray equipment for all sewage treatment plantsi. 


Construction drawings for a retaining wall addition to the 
Canterbury - Atwater bridge and for a 10' x 20' concrete culvert on Indian 
Valley Trail. 


Drawings were completed for the reconstruction of Indian 
Road from Mississauga Road to Birchview Drive as well as preliminary ond final 
cross section calculations. Similar plans were drawn for Base Line Road W. from 
No. 10 Highway to Mavis Road, Burnhamthorpe Road from Dixie Road e'ly., 
The Credit Woodlands traffic circle, Ogden Avenue from Haliiday Avenue to 
South Service Road and Bobe0-Link diversion (cross sections only). 


Two accident plans were prepared, one on Steeles Avenue, 
the other on Britannia Road W. 


Sidewalk construction drawings for Derry Road E. in Malton, 
Lorne Park Road, Clarkson Road, and Cawthra Road. 


Location plans were started in January on the Cooksville 
Creck from Lake Ontario to Dundas Street East. This work was done under 
winter works but was continued on after April 30 until completion in June. 


The portion from Dundas Street E. n'ly to the C.P.R. was done in August and 
in September, the proposed location for the sanitary sewer was plotted. 


This was the biggest year yet for sanitary sewers, a total 
of 197 plans of this type being drawn. On the following areas, the proposal 
was also shown: Cherriebell-Deta, Cawthra Road, Hyacinthe area, Orchard Heights, 
Applewood.Myron, Haines Road, Highway 122, Dundas Street, Highway 10, Mineola- 
Canterbury-Troy storm and sanitary. Proposals were shown on plans drawn in 
1960 for the BeechwoodTrunk and Forcemain, Seneca-Enola area, Cavan-Alexandra 
area, Beechwood-Montbeck area, Applewood East Acres and Haig-Dixie Trunk Sewer. 
This was the first time that draftsmen were used extensively to calculate grades 
and elevations for sewers, releiving the engineers for more important work. 


Key plans were drawn for all of those areas where sewer 
construction was proposed, at a scale of one inch equals two hundred feet, 
showing sewer offset, distance between manholes, and invert elevations. These 
plans were drawn primarily for P.U.C.C. approval but are quite useful as a 
compact guide during construction. 


82 ditch and miscellaneous profiles. 
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Other work performed by the drafting department is as follows: 


Ccrtain statistical records vere compiled and updated, 
buch as sanitory and storm scwer muster lists, sidewalk master list, road surf: 
types,, and street names lists. The street mames list was completely revised 
and a new index will be published early in 1962. 


It is hoped that the road surface type list will be completely 
revised in 1962. 


Local improvement sheets, usually made up sometime 
after a sewer has been constructed, were started for several of the projects 
before the contracts were let. 


Property record sheets were coloured for several of the 
redrawn assessment areas in the Township. These sheets show in various colours 
the properties owned by the township, roads which have or have not been closed 
or opened, sewer easements etc. These plans are extremely useful to the 
Engineering Department and an additional set will be given to the Property 
Department early in 1962. 


Late in the fall we began to check all sanitary sewer 
connection sheets with the construction drawings in order that they be in 
ogreement. This is a lengthy process but a necessary one and while some of the 
old sheets had their short comings it has been planned that all new sheets be 
done in a more orderly fashion and contain more accurate information. In 
this regard, we have had o junior draftsman working at a construction office 
in the Lakeview Area drawing these sheets and assisting the inspectors since 
the beginning of November. 


A start was made in December on the redrawing of standard 
plans such as sewerappurtenancesroad cross sections, sidewalks etc. ona 
convenient 8 1/2 x 11" sheet which can be easily inserted in the contract 
specifications. It is intended eventually to have large quantities of these 
sheets printed by press to reduce printing costs. 

LAND PLANS 


The increase in sewer construction necessitated the 
drawing of 14 plans for easement purposes. 


Other plans and calculations were required for the following: 


Extension of Truscott Drive from the east limit of R.P. 574 
to Lorne Park Road. 


Diversion of Wharton Glen Avenue ot Dundas Street E. 


Widening of Airport Road s"ly from R.P. 578 for sidewalk 
purposes. 


Widening of Base Line Road E. at the Etobicoke Creck. 


Widening of Wolfedale Road from Dundas Street W. to 
Burnhamthorpe Road W. 


Water lot for P.U.C. water intake pipes, Lake Ontario. 


Boundary plan of the Village of Malton. 


Property acquisition for Beach Street Sewage Lift Station, 


Expropriation plan for part of Lots 11, 12 Tor. 12 for 
addition to the municipaloffice grounds. 


ASSESSMENT PLANS 


Property transfers were plotted each month during the year 
on a set of prints and transferred to the originals twice during the year, 
bringing the plans up to date as of December 31, 1960 and June 30, 1961. 


The searcher plotter, hired in February, immediately 
assumed the responsibility of updating and correcting all assessment sheets 
as well as searching and plotting new areas. This is the first time since the 
plans were originally drawn ten years ago, that one person was made responsible 
for the monthly revisions and it is felt that a higher degree of accuracy 
is now being obtained. This was made necessary by the fact that more and 
more sheets each year are being drawn to fairly high standards and must be 
maintained in the same manner. 


New sheets drawn during the year were for the areas 3.5.5, 
2.8.2., @.S.7., and sheets started in 1960 but completed in 1961 were 2.8.3 
and 1.5,3. This makes a total of 18 sheets redrawn since 1953. It is intended 
that areas 2.5.4., 3.5.6, 3.5.7., 1.5.7. and 1.N.5 will be drawn in the forthe 
coming year. 
PLANS OF SERVICES 


No additional areas were drawn during the year, however, 
a system for revising the plans was put into use and is co-ordinated to a master 
list of sanitary and storm sewers. 


A complete set of Bell Telephone plans was obtained, 
showing details of all underground cables in the southern portion of the Township. 


TILES 


During the year 652 plans were added to the departments’ 
files, an increase of 275 over 1960. This brings the total to5497. There 
were also 11 registered plans added, making the total of this type 315. 

Due to a continued decrease in filing space in the vault, it was decided in 
mid year to purchase two new file cabinets at a total cost of $350.64. These 
were placed in the drafting room and all "Cc" (24"x36") plans were filed within. 
This is not a fireproof location, although it saves considerable time in with. 
drawing or refiling originals, so it was nesessary to have the drawings placed 
on 35 mm. microfilm at a cost of .12 each, the film being filed in a safe, 
fireproof location. It is planned to use this film in conjunction with a 
reading and printing device which is to be included in the 1962 budget. All 
"Cc" plans were numbered uniformly on the lower right hand corner in a manner 
which will eliminate having to number prints for the file. It is intended to 
do likewise with "B" (17:x24") and "A" (11"x17") plans in 1962. 


During the latter part of the year the registered plan 
originals were scrutinized and their condition noted. It was found that several 
of these importaitplaens are missing and that many of the existing copies are 
in poor condition. Two samples were taken and "réstored", a process which 
costs $3.00 per square foot, and the results were very encouraging. Some time 
must be spent afterwoards to add portions, of the plan which have bee lost through 
wear and tear, but the final product, on a mylar based drafting film is practically 
indestructible and should provide a first class print for many years to come. 
Provision for additional work of this nature to be carried out will be provided 
for in the 1962 budget. 


HOUSE NUMBERS 


The house numbering program started in 1960, was continued 
in January, the portion remaining to be done being that area south of the 
QueenElizabeth Way.This was completed in mid April and marked the end of 
the survey for the southern portion of the township. A total of 11,675 
buildings were considered and of this number 1485 were without numbers and 1065 
required a change, meaning a total of 2550 notices being delivered. As planned 
the changes were made in time to be included in the 1961 telephone directory 
as well as to coincide with the institution of mail delivery in certain parts 
of the township. It is hoped that time can be found to survey the northern 
part of the township in a like manner sometime in 1962.' 


SUPPLIES AND PRINTING 


During the year printing was obtained at the rate of $05 
per square foot, which is quite low for this area and although a local printer 
offered whiteprints at$.O45 per square foot, the service and quality were not 
satisfactory and we finished out the year dealing with one firm only. The 
total value of printing for the year was $5444.93 an increase of approximately 
30% over last year. Sale of plans totalled $1050, of which $575 worth were sold 
by this department, the remainder by the main office in the form of street maps. 


In February a new drafting machine was purchased at a cost 
of $140 and a used one in July for $55. These machines have proved to be 
quite valuable, particularly in the drawing of the Beach Street Station. 


In April, preprinted drafting sheets 8 1/2" x 11” in size 
were purchased for use in standard plan drawing. These give our plans a much 
neater, uniform appearance at the same time reducing drafting time considerably. 


In July preprinted drafting sheets were purchased for plan 
and profile type drawings at a cost of .80 each for a 24" x 36" vellum and 1.74 
each for linen. This represents a saving of .70 over the previous method 
yet the quality of the drawing is much higher. At the end of the year similar 
sheets were purchased for plan use only at a cost of .55 each for vellum and 
1.37 each for linen. It is intended that our linen sheets be made available to 
consulting engineers for use in future subdivisions within this township at 
the rate of $1.75 per sheet. 


During the year approximately $1185, was spent on supplies. 


STATISTICS - 1961 


GENERAL 


Total Township Population 

Increase in Population during 1961 
Total Township Assessment 

Per Capita Assessment 

Increase in Assessment in 1961 
Debenture Debt (Up to Dec. 31, 1961) 
Per Capita Debenture Debt 

Tax Revenue (Up to Dec. 31, 1961) 
Per Capita Tax Revenue 

Total Township Area (From Planning Board) 
Eastern Sewer Area WS - 1 

Clarkson Sewer Area WS - 2 
Consolidated Sewer Area 

Malton Sewer Area WS - 4 


Erindale Sewer Area WS - 3 


63,280 

3,120 
$102, 166,220.00 
$ 1,615.00 


$ 7,922,590.00 
$ 17,963,159.00 
$ 284,00 
$ 8,553,783.00 
$ 135.00 
70,680 
5,145 
3,960 
28,256 
1,135 
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Acres 
Acres 
Acres 
Acres 
Acres 


Acres 
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ROADS 
Department of Mighways of Ontario 46.89 Miles 
County of Peel 55.14 Miles 
Township Roads 266.56 Miles 
Total of all roads in Township of Toronto 368.59 Miles 
(not including boundary roads) 
Boundary Roads - Maintained by others 20.17 Miles 


Boundary Roads - Maintained by Township of Toronto 6.28 Miles 


Grand Totel 395.04 Miles 


SANITARY SEWERS 


Sanitary Sewers in use or accepted (December 31, 1961) - 360,528.5 lineal feet 
or 68.3 miles. 


A breakdown of these sewers follows; 


h" - 1,692.0 feet 

5" - 130.0 feet 
6" - 792.0 feet 
8" - 6,264.6 feet 

"= 5,085.0 feet 
10" = 200,315.0 fect 
12" = 39,610.6 feet 
14" - 794.0 feet 
15" - -.30,484.2 feet 
18" - 20,780.7 feet 
21" - 2,992.6 feet 
ak" = 5,674.0 feet 
27" - 15,033.2 feet 
30" - 3,524.6 feet 

I 2,443.0 feet 
ho" - 2,913.0 feet 
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STORM SEVERS 


Storm Sewers in use or accepted ( December 31, 1961 ) - 237,878.5 Lineal ft. 
or 45.05 miles 


A breakdown of these sewers follows: 


8 7,451" 
10" 14,066" 
12 23,486" 
15" 33,659" 
18 29,553" 
21" 19,647! 
ak" 23,881' 
27" 12,812! 
30" 5,737' 
33” 721 
36" 9,313' 
39. 83 
yo" 15,315" 
46" 7,023" 
54 2,098! 
4,071! 
66 1,684" 
19" LO-HEAD 122" 
90x40 TWIN CULV. 1,900! 
6' P.g. 305! 
7! Pi. 599" 
36"x22" P.A. 352" 
43"x27" PLA, 98! 
58"x36' P.A, 782" 
84"x34 B.A. 740" 
96'x28" E.A, 1,077.5" 


Included in the above totalsarel4,000 feet of unknown size sewer in Applewood 
East Acres. 


SIDEWALKS 
Sidewalks in use or accepted (December 31, 1961) 210,604 feet or 39.88 miles 
A breakddwn: of the sidewalks follows: 


Concrete Asphalt 

Width Length Width Length 
2.5' 290! 3-5! 15' 
a 1,575" 5" 7,127" 
i? 97309" 10" 17590" 

' 5949" ' 1,590" 
5' 180,723' 

5.5" 1,132" TOTAL 9,842 Lin. Ft. 
6 2,120' 
7 150° 

8 3,085" 
io" 238" 


TATAL 200,762 Lin. Ft. 
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Total flows treated in 1961 


SEWAGE TREATMENT 


Eastern Sewer Area Dixie 82.60 Million Gallons 
- Lakeview 65.00 Million Gallons 

Clarkson Sewer Area 171-76 Million Gallons 
Malton Sewer Area 107.53 Million Gallons 
Erindale Sewer Area 49.01 Million Gallons 
Total Flow 475.90 Million Gallons 

Total average flow per day 1.30 Million Gallons 


Total miles of watermain in Township 


Total water purchased 
Total water produced 
Total water consumed 
Total average consumption 


Total permits issued 
Number of dwelling units 


Total value of building construction 


Trailer Camps 
Dog & Kennels 
Other 


Total of all 1961 Licences 
Decrease in 1961 


WATER (Figures from P,U.C.) 


214 Miles 
125,570,500 ‘Gallons 
1,351,646,576 Gallons 
1,265,283, 440 Gallons 


3.47 M.G.D. 


BUILDING (Figures from Building Dept.) 


1,560 
1,162 
$25 ,963,742.00 


LICENCES (Figures from Licencing Dept.) 
347,660.00 
9,916.00 
9,704.50 


367,080.50 
3938.50 


PERSONNEL (As of December 31, 1961) 


ENGINEERING BEPARTMEN! 


Township Engineer 
Beputy Tewnship Engineer 
Township Surveyor & Engineer 


HHP 


Division Engineers 


Graduate Professien Engineers 
Non Graduate 


es 


SURVEY 


Chief Party Chief 
Survey Party Chiefs 
Instrumentmen 
Rodmen=Chainmen 


UF EP 


DRAFTING 


Chief Braftsman 
Computer -Draftsman 
Braftsmen 


Construction Inspecters 
Sewage Treatment Plant Sperators 
Clerical Staff 
Caretakers 
Sub. Tetal 


Summer Employees 


wn = 


TOTAL 


WORKS DEPARTMENT: 


Road Superviser 
CAherk ef @perations 
Clerical 
Accounting 


BPRRER 


Foremen 

Sub Foremen 
Machine Operaters 
Truck Brivers 
Labourers 


FwAwn 


nor 


Master Mechanic 
Mechanic "A" 
Mechanic "B" 
Mechanic's Assistants 


Steckkeeper "A" 
Stockkeeper "B" 
Night Watchman 

Sub. Total 


Summer Employees 
Winter Works Employees 


Total 


FONE 


ASSESSMENT 
DEBENTURE DEBT 
TAX REVENUE 


— PER CAPITA— 


TOWNSHIP OF TORONTO 


sel 


esel 


2s61 


ere! 


ov 
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TOWNSHIP OF TORONTO 
POPULATION AND ASSESSMENT - 
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200 
190 
180 
170 


TOWNSHIP OF TORONTO 
POPULATION AND ASSESSMENT - 


90 
85 
80 
75 
70 
5 
0 
5 
{0} 
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95 

25 
20 

15 
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